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BILL NO. S 


•81-09- 


SPECIAL ORDINANCE NUMBER S- 




AN ORDINANCE approving a contract by and 
between the City of Fort Wayne, Indiana, 
through its Board of Public Works and 
National Serv-All, Inc., for the collection, 
transportation and disposal of garbage and 
refuse. 


WHEREAS, the City, through its Board of Public Works, 
has let bids for the collection of garbage and refuse for the 
years 1982 through 1987; 

WHEREAS, said contract has been awarded to National Serv- 
All, Inc., who has been determined to be the lowest and best 
bidder, as provided for by law by the Board of Public Works; 

WHEREAS, the City is desirous of having said contract 
with National Serv-All, Inc. for the collection of garbage and 
refuse approved by the Common Council. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That the contract dated September 15, 1981, 
by and between the City of Fort Wayne by and through its 
Mayor and its Board of Public Works and National Serv-All, Inc. 
for collection of garbage and refuse including the transporta¬ 
tion and disposal thereof, is hereby, along with all addenda 
thereto, ratified and approved in all respects. 

SECTION 2. Said contract is made a part hereof and is 
by reference incorporated herein and further said contract is 
on file in the Office of the Board of Public Works in the City 
of Fort Wayne, Indiana. 

SECTION 3. That this Ordinance shall be in full force 
and effect from and after its passage and approval. 


APPROVED AS TO FORM AND 
LEGALITY SEP^EMBE,R/15, 1981 




to 


BRUCE O. BOXBERG] 


COUNCILMAN 






j 










Read the first time in full and on motion by_, 

seconded by _, and duly adopted, read the second time 


by title and referred to the Committee 


_(and the City 


Plan Commission for recommendation) and Public Hearing to be held after 
due legal notice, at the Council Chambers, City-County Building, Fort Wayne 
Indiana, on_, the _day of 


DATE: 




CHARLES W. WESTERMAN 

CITY CLERK 

Read the third tApie in full and on motion by_ 

seconded by_ Qy _, and duly adopted, placed on its 

passage. P AOaiiD (LOST) by the following vote: 


TOTAL VOTES 

BURNS 

EISBART 

GiaQUINTA 

NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

SCHOMBURG 

STIER 
TALARICO 

DATE: 


AYES 

6 



NAYS 




ABSTAINED 





IS 




CHARLES W. WESTERMAN - CITY CLERK 
Passed and adopted by the Common Council of the City of Fort Wayne, 



r 3d , ax 


Approvad ; and signed by me this 
19_, at the hour of_o'clock 


_day of 


WINFIELD C. MOSES, JR. 

MAYOR 























































































BILL NO. 


S-81-09-15 




REPORT OF THE COMMITTEE ON FINANCE _ 

\TE, YOUR COMMITTEE ON Finance TO WHOM WAS REFERRED AN 

ORDINANCE approving a coritract by and between the City of Fort Wayne, 
Indiana,, through' its Board of Public Works and National Serv-All 
Inc., for the collection, transportation and disposal of-‘garbage and 
refuse * 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK. TO THE COMMON COUNCIL THAT SAID ORDINANCE___PASS. 


JAME.S S 

. STIER, VICE CHAIRMAN . 

MARK E. 

GiaQUINTA 

PAUL M. 

BURNS 

ROY J. 

SCHOMBURG 


to 


¥ 


V 

CONCURRED IN 

CHARLES W. WESTERMAN, CITY CLERK 


DATE- 
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ADVERTISEMENT FOR BIDS - NOTICE TO BIDDERS 


Notice is hereby Given by the Board of Public Works of 
the City of Fort Wayne* Indians* thst sealed bids will be 
received by the Board at its office in the City-County 
BuildinG on the 10th day of September* 1981* at 10*00 A M*» 
for the collection* removal and disposal of solid waste* 
includiriG earbsGe* rubbish and household rubbish* from each 
residence* apartment complex and mobil home court* etc. 
Contractors are invited to submit their bids on various 
propositions with respect to terms and period of contract 
beGinniriG January 1* 1982* as per specifications on file in 
the office of the Board of Public Works* which are by 
reference incorporated herein* 

Bidders may obtain a copy of said specifications prior 
to submittiriG their bids* 

The Board reserves the rieht to accept any proposal* or 
to reject any or all proposals* 


BOARD OF PUBLIC WORKS 

THOMAS W* LATCHEM 
ROBERTA ANDERSON STATEN 
BETTY R. COLLINS 


ATTESTt Sandra Kennedy* Clerk 

publish: 
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INSTRUCTION TO BIDDERS 


1* PROPOSALS* each Proposal shall be leGibly written or 
printed in ink on the form provided in this* bound copy of 
proposed contract documents* No alterations are to be made 
on the printed forms by erasures* interpolations* or 
otherwise* unless each such alteration is siGned or 
initialed ba the bidder* if initialed* the Cits may reouire 
the bidder to identify ana alteration so initialed* No 
alteration in any Proposal* or in the form on which it is 
submitted* shall be made after the Proposal has been 
submitted* All addenda to the contract documents* properly 
siGned ba the bidder* shall accompany the Proposal when 
submitted* 

Each Proposal shall be enclosed in a sealed envelope or 
wrappinc* addressed to the Board of Public Works of the 
City of Fort Wayne* Indiana* identified on the outside with 
the words* * PROPOSAL FOR COLLECTION* TRANSPORTATION* AND 
DISPOSAL OF SOLID WASTES’* and filed with the E:oard of 
Public Works* City-County BuildiriG* Fort Wayne* Indiana* 


2* PROPOSAL GUARANTEE* Each Proposal shall be accompanied 
by a Cashier 1 s Check or a Certified Check drawn on an 
acceptable bank* or an acceptable bidder's bond for the 
Zone or Zones beiriG bid. The Proposal Guarantee amounts 
per Zone are listed below* 


PROPOSAL GUARANTEE AMOUNTS* 
Zone No* 1* (City Wide Zone) 
Zone No* 2* (Southeast Zone) 
Zone No* 3* (Southwest Zone) 
Zone No* 4* (Northern Zone) 


$ 120 * 000.00 
$ 40*000.00 

$ 40*000.00 

$ 40,000*00 


If Contractor is biddinc Zone No* 1 alonG with any 
other Zones independently* the Contractor is responsible 
for only submittiriG the maximum amount for Zone No. 1. If 
Contractor is biddinc on only one or two of the independent 
Zones* the Contractor must submit an amount eaual to the 
sum of the amounts for the Zones beinG bid* At no time 
must a E:id Bond be submitted Greater than $120*000.00. 

The proposal Guarantee shall be made payable without 
condition to the Board of Public Works of the City of Fort 
Waane* Indiana* hereinafter referred to as Owner. The 
proposal Guarantee may be retained by and shall be 
forfeited to the Owner as liouidated dainsGes if the 
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Proposal is accepted and a contract based thereon is 
awarded and the bidder should fail to enter into a contract 
in the form prescribed* with leeally responsible sureties* 
within ten <10) days after such award is made by the Owner* 


3* RETURN OF PROPOSAL GUARANTEE: The proposal Guarantee 
deposit of each bidder will be returned if his/her Proposal 
is rejected* The proposal Guarantee deposit of the bidder, 
to whom a contract is awarded will be returned when he/she 
executes a contract and files a satisfactory performance 
bond* The proposal deposit of the second lowest arid best 
responsible bidder may be retained for a period not to 
exceed sixty <60) days pendine the execution of the 
contract and bond by the successful bidder* 


^1* WITHDRAWAL OF BIDt No bidder may withdraw his/her 
Proposal for sixty (60) days after the date and hour set 
for the openinG* 


5* ACCEPTANCE AND REJECTION OF BIDS: The Owner reserves 
the riGht to accept the bid which* in its JudGment* is the 
lowest and best bid* to reject any or all bids for any 
reason whatsoever* and to waive irreGularities or 
informalities in any bid* Bids received after the 
specified time of closinG will be returned unopened* 


6 . SIGNATURE OF BIDDERS: Each bidder shall sicn his/her 
Proposal and all Addendum usinG his/her usual sienature and 
GiviriG his/her full business address* Bids by partnerships 
shall be siGned with the partnership name followed by the 
sienature and desiGnation of one of the partners or other 
authorized representative* Bids by corporations shall be 
siGned with the name of the corporation followed by the 
sienature and desiGnation of the president* secretary* or 
other person authorized to bind the corporation. The names 
of all persons sieninG should also be typed or printed 
below the sienature. A bid by a person who affixes to 
his/her sienature the word* 'president'* 'secretary'* 
'aGent'* or other desiGnation without disclosiriG his/her 
principal may be held to be the bid of the individual 
siGniriG* When rec<uested by the Owner* satisfactory 
evidence of the authority of the person siGninc shall be 
furnished♦ 
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7. INTERPRETATION OF CONTRACT DOCUMENTS: If 3 r.y person 
who contemplates submittiriG a bid is in doubt as to the 
true meanine of ana part of the specifications, or other 
proposed contract documents, he/she may submit to the Board 
of Public Works» 1 East Main St*, Room 910V City County 
Bids.* Fort Wayne, Indiana -96802, a written reeuest for an 
interpretation thereof* The person submittiriG the reouest 
shall be responsible for its prompt deliver* 
Interpretation of the proposed contract documents will be 
made only by addendum* A copy of each addendum will be 
mailed or delivered to each person obtainiriG a set of 
contract documents from the Board of Public Works* The 
Owner will not be responsible for any other explanations or 
interpretations of the proposed contract documents* 

September 9, 1981, 10! 00 A♦ M♦ is the'final day and time 
by which bidders may submit written reeuests related to 
interpretation of contract documents* This time has been 
set in order that the Board of Public Works may have ample 
time to respond in writinG to each person who contemplates 
submittiriG a bid packaGe* 


8 * LOCAL CONDITIONS AFFECTING WORK! Each bidder shall 
visit the site, or sites, of the work and shall completely 
inform themselves relative to potential hazards, labor 
conditions, and all other conditions and factors, local and 
otherwise, which would affect completion of the work and 
its cost* All such factors shall be properly investicated 
and considered in the preparation of the bidder's Proposal* 
There will be no subseouent financial adjustment for lack 
of such prior information* 


9. QUALIFICATION OF BIDDERS! Each bidder must furnish 
satisfactory evidence that it has operated or is presently 
operatinG a residential refuse collection system of a type 
and extent comparable to that outlined in these 
specifications, and that it has successfully conducted such 
an operation for a period of not less than two (2) years 
within the last five (5) years and the bidder must be able 
to demonstrate sufficient refuse collection experience to 
satisfy the Board of Public Works that the provisions of 
the Contract documents can be fully and satisfactorily 
complied with* Further, each bidder shall be required to 
demonstrate to the satisfaction of the Board of Public 
Works that it has adeauate equipment, financial resources, 
adeauate work plan, facilities, experienced personnel and 
expertise to perform the Services called for by this 
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Contract and shall furnish such information and/or proof 
coverinG its Qualifications when resuested by the Board of 
Public Works* Refuse collection operations which have or 
are now beiriG operated by the bidder shall be subject to 
inspection to determine the bidder's ability to perform 
satisfactorily under the Contract* No Contract shall be 
awarded to a bidder who* as determined by the Board of 
Public Works* is not Qualified to adeaustely perform due to 
an unsatisfactory record* inadequate experience or who 
lacks the necessary capital* orcanization or equipment to 
conduct and complete the services in strict accordance with 
the terms and conditions of the Contract. Bids will be 
considered from only those bidders* that in the opinion of 
the Board of Public Works* have a sufficient backsround or 
experience in the refuse collection field and meet the 
other requirements called for in the Contract documents. 


10* INDIANA LEGAL REQUIREMENTS: Each bidder shall submit 
under oath with his/her Proposal* completed statements of 
his/her experience* his/her proposed plan for performine 
the work* the equipment which he/she has available to 
perform the work* and his/her financial statement. The 
statements shall be submitted on Questionnaire Form No* 
96-A of the Indiana State Board of Accounts. The term 
"construction’ in Form No* 96-A shall be interpreted to 
mean the "collection* transportation* and disposal of solid 
waste'♦ 


11* GUARANTEE: If any bidder relies on the assets of its 
parent corporation or any other entity* then a Guarantee 
document* leeally executed by such parent corporation or 
any other entity shall be submitted alonG with and as a 
part of the bidder's bid as to the fact that such parent 
corporation or any other entity curarantees the full and 
faithful performance of this contract and that all assets 
of the parent corporation or other entity would be subject 
to the faithful performance of the biddino company* 


12* PERFORMANCE BOND: The bidder to whom a contract is 
awarded will be required to furnish an annual Performance 
Bond acceptable to the Owner in an amount as set forth in 
the specifications. 

The bond shall be executed by a surety company 
authorized to do business in the State of Indiana and 
acceptable as Surety to the Owner* 
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Accompany inG the bond shall be a ’Power of Attorney* 
author isinG the attorney-in-fact to bind the surety company 
and certified to include the date of the bond* 


13. BOUND COPY OF CONTRACT DOCUMENTS: The Proposal or 
other biddiriG forms shall not be removed from the bound 
copy of contract documents* The copy of contract documents 
filed with each bid shall be complete and shall include all 
items listed in the Table of Contents and all addenda* 


1-9♦ TERM OF CONTRACT* The term of this contract shall be 
for a period of six (6) years* beGinninG January i» 1982 
and endiriG December 31 s 1987 t with an Option to renew with 
the approval of all contractinG parties for a period not to 
exceed one (1) year* conformiriG with the same terms and 
conditions established with this initial contract* 


15* PROPOSITIONS: Contractor must submit a price for 

Propositions No.s 1 throuGh 3 as stated in the Contract. 
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CITY OF FORT WAYNE, INDIANA 

COLLECTION, TRANSPORTATION, AND DISPOSAL OF SOLID WASTES 


COLLECTION, TRANSPORTATION, AND DISPOSAL OF SOLID WASTES 
FROM 

FORT WAYNE, INDIANA 
PROPOSAL 


TO THE BOARD OF PUBLIC WORKS 
CITY OF FORT WAYNE, INDIANA 

THE UNDERSIGNED BIDDER, havinG examined the Instructions to 
Bidders, Contract Forms, specifications, and other proposed 
contract documents, and all addenda thereto? and beinc 
acouainted with and fully understandinc the extent and 
character of the work, covered by this Proposal and all 
other factors and conditions affectiriG or which may be 
affected by the work, 

HEREBY PROPOSES to furnish all reouired materials, 
supplies, solid waste disposal facilities and eauipment, to 
provide and perform all necessary labor and supervision? 
and to perform all work stipulated in, reouired by, and in 
accordance with, the proposed contract documents and the 
specifications, and other documents referred to therein (as 
altered, amended, or modified by addenda), in the manner 
and time prescribed, and to accept in full payment sums 
determined by the bid plus the followinG unit price plus or 
minus any special payments and adjustments provided in the 
Specifications. 

PROPOSITIONS NO. 1 THROUGH 3 - This Contract provides for 
five (5) Options for Cost Adjustment over the period of 
this Contract. For evaluatina this Contract on an eoual 
basis, the City requests that the Contractor bids usins all 
five (5) Options. Should Contractor not bid one or more of 
the Options, the Contractor waives any claim aGainst the 
City for bias or unfair evaluation of the bids. 

(a) The City has established the five (5) different 

methods of calculatine the Annual Cost Adjustment for 
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the term of the contract for the purpose of maxinizins 
competitive biddins. To create a fair and eouitable 
process of evaluatinc bids* the City reauests that each 
bidder submit prices based on each Cost Adjustment 
method. Should ana bidder elect ^not to bid all 
methodsjr the bidder so allows the City * to evaluate the 
bids in any manner that is* in the opinion of the Board 
of Public Works» in the best interest of the City* 
without protest or recourse. 


PROPOSITION NO. i. 

For the complete performance of all the terms* 
conditions and provisions of Proposition No. 1* as per 
specifications* namely* 

A six (6) year contract providins for total solid waste 
(includins earbaGe» rubbish* and household rubbish) 
collection and disposal on a weekly schedule from* 

(a) Curb or alley location for each household 
and duplex unit. 

<b> approved curb location for mobile home courts 

(c) Refuse collection from City Facilities as 
specified within this Contract. 

Total (per zone) City of Fort Wayne* Indiana* first 

year annual amount* subject to adjustments provided 

in the Specifications. 

COST ADJ. ZONE ZONE ZONE ZONE 

OPTION NO♦1 NO.2 N0.3 N0.4 


NO. 1 
NO. 2 
NO. 3 



NO. ^ 
NO. 5 
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PROPOSITION NO 


For the complete performance of all the terms* 
conditions and provisions of Propositon No. 2* as 
specifications* namely* 

A six (6) year contract providiriG for total solid waste 
(includins Gsrbase* rubbish* and household rubbish) 
collection and disposal on a weekly schedule from 
Multi-Family units* (Three (3) units and over) 


• (a) Per unit price for once a week 'siriGle family 

type* pickup of Multi-Family units (Costs paid 
by the City)t 

COST ADJ. ZONE ZONE ZONE ZONE 

OPTION NO. 1 NO.2 N0.3 * NO.^ 


NO. 1 
NO. 2 
NO. 3 
NO. ^ 
NO. 5 


PROPOSITION NO. 3t 

Adjustments in the contract price* per zone* for the 
providiriG of *siriGle family type* collection and disposal 
of solid waste caused by chanGes in the total number of 
residences refered to herein* resultinG from annexation* 
new construction or demolition. 

In case of annexation to the City the contractor 
operatiriG in the physically adjacent zone will increase 
service to the applicable units. Notei reGardiriG the 
Exhibit *B* map* the North/Southeast/Southwest zone lines 
extend beyond the current city limits to take future 
annexation into account. 
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Per month t Collection Unit ChanGet 

COST ADJ. ZONE ZONE ZONE 

OPTION NO . 1 NO*2 NO*3 

NO. 1 .... ... 

NO. 2 .. 

NO. 3 .... 

NO. 4 ... 

NO. 5 . 


ZONE 
NO .4 


The undersiGried bidder 3Grees to ent &f > /! 
with the City of Fort Wayne? Indians for 
transportation and disposal of residenti^'— 
includinc GarbaGe? rubbishy and househ^^ 
accordance with the terms and provisions 
E:iddersy Instructions to Biddersy Specific-^-' 
Foruii Non-Collusion Affidavit? Form 
Action ProGram? and Questionnaire of ExP-^^' 
Wide or Individual Zone collection anc*> 
operation of an EPA approved sanitary landf*£^>- 

The undersiGried bidder aGrees to furn^^ 
bond and to enter into 3 contract withi<- 
after acceptance and award of this proposal-- 

Enclosed herewith is the required propc^^" 
the amount or amounts reauired dependiriG 
combination of Zones are bid. The ^ 
proposal Guarantee for any proposal is $12£r- 


r>o s contract 
. collection? 
$olid waste 
rubbishy in 
-he Notice to 
^nsi Proposal 
. Affirmative 

^nce in City 

f applicable? 


-the reauired 
(10) days 

_ guarantee in 
- »‘nich Zone or 
rvi-Jiium required 
- 0 0 . 


Proposal Guarantee Amountst 

Zone No. It (City Wide Zone) 
Zone No. ZX (Southeast Zone) 
Zone No. 3t (Southwest Zone) 
Zone No. (Northern Zone) 


* -^-^5 0.0 0 
* 0.00 


The undersiGried bidder aGrees to 
specified amount which will become the 
E:oard of Public Works? as liquidated dam 
Proposal be accepted and a contract be. 
he/she fail to enter into a contract in t 
and to furnish the required bond within 



^it the above 
^yperty of the 
should this 
-jied to him and 

rjrm prescribed 

(10) days? but 
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otherwise the aforesaid proposal Guarantee will be returned 
upon his/her siGniriG the contract and deliverinG an 
approved performance bond* 

In submittiriG this bid it is understood that the riGht 
is reserved by the Owner to reject any and all bids* and it^ 
is understood that this bid may not be withdrawn duririG a 
period of sixty (60) days after the scheduled time for the 
receipt of bids* 

Complete information for (a) Work references* (b) Form 
96-At Financial Statement* Work Plan* Eauipment list and 
list of Officers and Stockholders owniriG 10% or more* (c) 
Sanitary landfill operation if applicable* <d> 
Non-Collusion Affidavit* and (e) Affirmative Action 
Procram * 

A Non-Collusion Affidavit as reeuired by the Statutes 
of the State of Indiana and Questionnaire Form 96-A of the 
Indiana State E:oard of Accounts are properly executed and 
attached hereto* 

Dated in * * * *.*. this ***** day of 

.* 1981. 


SIGNATURE OF BIDDER: 


If an Idividual* 


doinG business 


If a Partnership: 


by 


Partner 


If a Corporation: ♦♦♦♦ 


by ♦ ♦ 
Title 


Business Address of Bidder: 
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NON-COLLUSION AFFIDAVIT 



STATE OF ♦ ♦ ♦ . *♦♦♦*> 

> SSi 

COUNTY OF .) 


/ 


The under si g ned bidder or aGent* beiriG duly sworn on 
oath* says that he/she has not* nor has any other member» 
representative? or aeent of the firm* company* corporation* 
or partnership represented by him/her* entered into any 
combination* collusion* or aGreement with any person 
relative to the price to be bid by anyone at such lettinG* 
nor to prevent any person from biddiriG* nor to induce 
anyone to refrain from biddiriG* and that this bid is made 
without reference to any other bid and without any 
aGreement* understandiriG > or combination with any other 
person in reference to such biddinG in any way or manner 
whatever♦ 


contractor: .♦ 


By .♦ 

Title 


(SEAL) 


Subscribed and sworn to before me this .... day of 
.. 1981. 


Notary Public 


Hy Commission Expires: 
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WORK EXPERIENCE 


The followiriG is a listinG of work of similar character 
(Municipal Residential Collection) which the undersiened 
has performed duririG the last five (5) years! 

NAME OF CITY DATE & TERM OF CONTRACT CONTRACT PRICE 


The followiriG is a listinG of work of similar character 
(Municipal Residential Collection) which the undersiGned is 
now perfontiiriG* 


NAME OF CITY 


DATE & TERM OF CONTRACT 


CONTRACT PRICE 









CONTRACT 


CITY OF FORT WAYNE? INDIANA 


THIS CONTRACT ? Made the da a of , SEPTEMBER.. 

1981? by and between . .INC. . 

whose address is . . . 6 . 2 H .^BETH^RO^, y&Ws »WA. .WQ9 . .. 

hereinafter called 'Contractor *? and the City of Fort 
Wayne? Allen County? Indiana? a Municipal Corporation? 
actiriG by and throuGh its E:oard of Public Works? 
hereinafter called the 'Owner"? 

WITNESSETH? that the Contractor and the Owner for the 
consideration stated herein aGree as follows? 


ARTICLE I? SCOPE OF WORK 

The Contractor shall and asrees to perform everythinG 
resuired to be performed and shall provide and furnish at 
its sole cost and expense all the labor? tools? materials? 
expendable equipment? transportation services? bonds and 
insurance reauired to perform and to complete in a 
workman-like manner all the work reauired for the disposal 
of solid waste includinG GarbaGe? rubbish and household 
rubbish as specified in the Propositions listed in Article 
II? indentified in these contractural documents as Contract 
No. «»».»..»»..»...* all in strict accordance with the 
specifications and other contractual documents above 
mentioned which are hereby made a.part of this contract? 
and the Contractor shall do everythinG reauired by this 
contract and the other documents constitutinc a part 
hereof. 


ARTICLE II? THE CONTRACT PRICE 

The Owner shall and aGrees to pay to the Contractor for 
the performance of the aforementioned work as set out in 
Article I? as bid by successful bidder as follows? 
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PROPOSITION NO* II (Annual amount» first year) 


NO. 

1 

NO. 

2 

NO. 

3 

NO. 


NO. 

5 

COST ADJ. 
OPTION 

NO. 

1 

NO. 

2 

NO. 

3 

NO. 


NO. 

5 

COST ADJ. 
OPTION 

NO. 

i 

NO. 

2 


NO. 3 
NO* ^ 
NO* 5 


ZONE 

NO. 1 

ZONE 

NO. 2 

ZONE 

NO. 3 

ZONE 

NO. 4 

........... 


. . 

. 

$KW#WvPQ. 

... 

. 

.. 

. 

. 

. 

... 

PROPOSITION 

NO. 2 (Per 

Month r Per-Unit) 


ZONE 

ZONE 

ZONE 

ZONE 

NO. 1 

NO.2 

NO.3 

NO.-9 


. 

. 

. 



*****. 

.♦.♦♦♦♦♦♦.♦ 

.. 


... 

♦♦ .*..,*.•»••••• 

..... A 2 .* 69 , , 

** . 

. . 

. 

PROPOSITION 

NO. 3! (Per 

Month» Per Unit) 


ZONE 

ZONE 
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ARTICLE III, PAYMENTS TO CONTRACTOR 


No later than the thirtieth of the first month of the 
first year of the contract and on each succeedins thirtieth 
day of each calendar month followinG, the Owner will make 
1/12 payment for solid waste collection and disposal as 
specified* At the discretion of the Contractor, 1/24 
payments may be made on the fifteenth and thirtieth of each 
month* 

The Contractor shall report to the Board of Public 
Works on a Quarterly basis, identifyiriG the number of units 
served under Proposition I, and the number of 'units under 
Proposition II by address, and, if applicable, Proposition 
III, electins "siriGle family type* service* The report 
will establish the number of units that the Contractor will 
be reimbursed for, as stated in Proposition No. 2. Payment 
for Multi-Family units will be made concurrently with 
payments for smGle family, duplex, and mobile home units 
under Proposition No* 1* 


ARTICLE IV, INSURANCE AND INDEMNFICATIGN 

The Contractor SGrees to provide Workman’s Compensation 
Insurance and Public Liability and Property Dsmaee 
Insurance under the terms and conditions as set forth in 
the General Specifications and covenants and screes to hold 
the Owner harmless from all suits and dsmaGes as more 
specifically set out and provided in said General 
Specifications* 


ARTICLE V, COMPONENT PARTS OF THIS CONTRACT 


This contract consists of the followiriG component parts 
all of which are as fully a part of this contract as if 
herein set out verbatim, or if not attached, as if hereto 
attached * 

1* Notice to Bidders 
2* Instructions to Bidders 
3* Specifications 
4* Proposal Form 
5* Non-Collusion Affidavit 
6 * Form 96-A 

7* Statement of experience in Collection of 
Solid Waste 
8 * Performance E:ond 
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9. This Contract 
10* Insurance Certificates 
11. EEO/AA Documents (2) Exhibit *D“ 


ARTICLE VI, APPROVAL OF CONTRACT■* 

. This contract* althouGh executed on behalf of the owner 
by its Mayor and by the Board of Public Works* shall not be 
bindine or oblieatory upon the Owner unless and until it 
shall have first been approved by the Common Council of the 
City of Fort Wayne* and should the Common Council of the 
City fail to approve same within thirty C30) days after the 
date hereof* this contract shall become and be wholly void. 

To each of the conditions and stipulations of this 
contract* the undersisned* each for itself, binds itself* 
its successors and assiGns. 

IN WITNESS WHEREOF* we the forecoinc named parties* 
hereunto set our hands and seals on the day 3 r»d year first 
above written. 



NATIONAL SERV-ALL, INC; Charles Walbridge, 
.Sec. & Treas. 


CITY OF^FORT^WAYNE, INDIANA 



Winfield C* Moses* Jr.* Mayor 


BOARD OF PUBLIC WORKS 




Roberta Anderson Staten* Member 


I R. Collins* Member 








Clerk of the Board 
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ACKNOWLEDGEMENT 


STATE OF INDIANA > 

) SSi 

COUNTY OF ALLEN ) 

Before me» the undersiened» 3 Notary Public Id and for 

rP^day of 



ackriowledsed the execution of the f oreeoiriG instrument to 
be his voluntary act and deed for the purposes herein 
mentioned. 

WITNESS my hand and Notary Seal. 



My Commission expires 


ELIZABETH J. MEYER, Notary Public 
Resident of Allen County 
My Commission Expires Feb. 12,1935 
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ACKNOWLEDGEMENT 


STATE OF INDIANA ) 

) ss: 

COUNTY OF ALLEN ) 

Before me* the undersicned* s Notary Public in and for 
said County and State* personally appeared this /.-^.'^day 
of . ♦♦♦♦♦♦ » 1981* Winfield C* Moses* Jr ♦ > and 

also* Thomas W* Latchem* Betty R* Collins* Roberta Anderson 

Staten* and Sandra Kennedy* known to me to be the Mayor* 
the members of the Board of Public Works and the Clerk of 
said Board* respectively* of the City of Fort Wayne* 

Indiana* and Acknowledeed the foreeoine SGreement to be 

their voluntary act and deed of such Mayor* members of the 
Board of Public Works and Clerk of said Board of the City 
of Fort Wayne* Indiana* respectively* and the voluntary act 
and deed of said City* 

WITNESS my hand and Notary Seal 


My Commission expires 



ELIZABETH J. MEYER, Notary Public 
Resident of Allen County 
My Commission Expires Feb. 12,1985 
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CITY OF FORT WAYNE, INDIANA 


SOLID WASTE COLLECTION 
GENERAL SPECIFICATIONS 
1981 


1. INTENT AND PURPOSE: 

It is the intent of the CITY OF FORT WAYNE to furnish 
to its residents a comprehensive solid waste collection 
service consistine of a weekly pickup from the property of 
baesed and containerized earbsee, rubbish, and household 
rubbish. Collection service to be based upon total solid 
waste pickup from all residents, apartment complexes and 
mobile home courts within the boundaries of the specific 
Zones established in this Contract* Included, will be the 
pickup of all City operated facilities, excludins Aviation 
ana Parks, and all City "Trash Cans"* 


2 * zones: 

This contract will allow for up to three separate 
proposals within one bid. The City has been divided up 
into three Zones, Each Zone may be bid independently from 
each other, or any combination of Zones may be bid. As 
well as biddine .on each, or any combination, of Zones, it 
is encourased that each contractor bid on Zone No, 1, 
Loacation of each Zone and the number of dwellins units by 
size are attached to this document as Exhibit "A", 


3, definitions: 

A, GARBAGE - The word "GarbaGe" as used herein shall 
mean and comprehend all and every refuse accumulation of 
animal, fish, fowl, fruit or vesetsble matter that results 
from the preparation, use and cookiriG of food, tin cans. 
Glass bottles and broken crockery which have been used as 
food or beversGe holders, also old bottles. Glass, chins 
and crockery, 

B, RUBBISH - The word "rubbish" means all raGS, broken 
Glass, crockery, bottles, tin cans, paper, crass cuttines 
and household refuse, Generally includinG extincuished 
incinerator ashes and refuse from paper burners, and cold 
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ashes From heatins plants and coal stoves* It is that 
material which is easily placed in household refuse 
containers* Hot coals are excluded* 

C. HOUSEHOLD RUE:E-'ISH - The word "household rubbish" 
will include the pickinG up from residential property* 
apartment complexes and mobile home courts household Goods* 
household refuse* furniture* spririGS and mattresses* tin 
cans* bottles* crockery* broken Glass* raGs* Grass cuttincs 
and other similar debris* hedse cuttiriGs and shrubbery 
trimminss bundled* boxed or otherwise contained* furnace 
pipe* stoves* water heaters* refriGerators* television 
sets* trunks* incinerator refuse and cold ashes of all 
kinds and descriptions* wood not over 60 inches in lencth* 
all rubbish* trash* debris* waste* litter* scrap* packines* 
excelsior* straw* metal cookine utensils* toys* porcelain* 
carpetiriG* leather* shoes* clothiri6* cardboard* household 
appliances* tree trimminGS* trees and tree limbs under 60 
inches in lencth* 

Excluded will be broken concrete and other refuse from 
repairs* alterations and new construction of buildinss and 
sidewalks* tree limbs and trunks over 60 inches in lenGth 
end debris from commercial or industrial establishments* 
and material which cannot be easily handled by one (1) man* 
or weiGhs over 60 pounds* However* household appliances 
weiGhinG over 60 pounds will be picked up under Proposition 
No* 1* 

The Contractor shall remove all GarbsGe* rubbish and 
household rubbish at desiGnated pickup sites* includinG any 
debris dropped durinG pickup* 


^* CONTROL AND PENALTIES/REWARDS: 

A* The Contractor shall work under the immediate 
supervision of the Board of Public Works of the City* 
Complaints* missed pickups and directions necessary for 
satisfactory service will be handled throuGh the Citizen 
Advocates Office* The Citizen Advocate (or authorized 
representative) shall notify the Contractor* throush 
telephone communication* of any missed or unsatisfactory 
pickups* and the Contractor must make those pickups within 
^18 hours* In addition* Contractor will work with the 
Citizen Advocate to resolve all citizen complaints and 
problems to the satisfaction of the Board of Public Works* 

B* The City of Fort Wayne shall conduct* in September 
of the first year (1982) and each followinc year of the 
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contract in the month of Msy> 3 telephone survey of 400 
randomly selected homeowners within the City of Fort Wayne* 
Each of these 400 homeowners shall be asked: "How would 

you rate the GarbaGe service you receive from the City* 
excellent* Good* not so Good* or poor?** Of those who 
express an opinion* for each percentace point above 20% of 
people who feel that GarbaGe service is *not so Good* or 
■poor"* the City shall deduct $2*000 from it's annual 
payment* in one lum sum* within 30 days of conclusion of 
survey* to the contractor. For every percentace below 20% 
of those respondinG "not so Good* or "poor** the City shall 
add $2*000 to it's annual payment* in one lump sum* within 
30 days of conclusion of survey* to the contractor* If the 
contractor Questions the validity of the opinion research 
conducted by the City* then it may* usiriG it's own funds* 
comission independent opinion research from a consultant 
Jointly acreed upon with the City* The same Question shall 
be used* and the City's penalty or reward shall be based on 
th independent opinion research. The formula for Quality of 
service penalty or reward shall* in short* be as follows: 
-1 x (% indicating Gsrbsse service is not so Good or poor - 
20) x $2*000* 

C. In the event Contractor fails to collect and remove 
or properly dispose of GarbaGe or other materials herein 
provided for* in accordance with the_^ terms of this 
contract* for a period of seven (7) days (Acts of God 
excepted)* the Board of Public Works of the City may* after 
written notice to Contractor of specific complaint* cause 
all such Garbace and such material to be collected and 
disposed of by City* or the City may contract with any 
other Contractor and utilise their manpower end eauipment* 
and any and all costs and expenses which may be incurred by 
City shall be paid by Contractor to City immediately upon 
demand or may be paid by City out of or be charced aGainst 
any monies due Contractor from City* at the election of 
City* Should it then be determined that Contractor is 
unable or unwillinG to comply with the terms of this 
contract* City shall have the riGht forthwith to take over 
and operate any or all of Contractor's eGuipment and 
disposal facilities* includiriG any and all trucks* sites 
and other facilities used in connection with this contract* 
and such of Contractor’s personnel necessary to the 
operation of the same as are individually willinG to work 
for the City in connection therewith until such time as 
Contractor shall satisfy said Board of Public Works of City 
that it is ready* able and williriG to comply with all 
terms* conditions and provisions of this contract* In the 
event City has operated said collection and disposal system 
for a period of thirty (30) days* or upon any substantial 
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breach of this contract* at the option of City* an 
appraisal committee will be appointed* consistiriG of three 
(3) members* one to be appointed by Contractor* one member 
appointed by the City* the third member will be appointed 
by the two so selected by the Contractor and the City. The 
committee shall have the sole and exclusive' authority to 
appraise and evaluate the trucks and other eauipment of 
Contractor used in the performance of its oblisations 
hereunder* Said committee shall forthwith appraise and 
evaluate said trucks and other eauipment and shall file a 
written report thereof with said Board and with 
Contractor. The Board of Public Works of the City shall 
have the option* for a period of ninety (90) days 
thereafter* to purchase from Contractor all said trucks and 
other eauipment and landfill (if applicable) and to 
concurrently therewith transfer title to said trucks and 
eauipment and landfill (if applicable)* the written 
Contract shall be thereby canceled and terminate. 


5. TYPE AND LOCATION OF CONTAINERS AND COLLECTION 

frequency: 

SINGLE FAMILY AND DUPLEX HOUSING UNITS - Each sincle family 
and Duplex housins unit shall receive total pick up of 
solid waste (earbase and rubbish and household rubbish) 
once a week on a reeular schedule. The Contractor shall 
desiGn3te a pick up spot for each residence within five 
feet of the residential units property line - at either a 
curb side or alley side location at the option of the 
contractor. The residents of each sinele family or duplex 
housins unit shall place solid waste within 6 feet of 
either side of the desisnated location in metal or plastic 
cans* plastic refuse or compactor bass of not more than 30 
Gallon capacity. The Contractor shall be paid for solid 
waste disposal service to sinde family and duplex units in 
the amount bid under Proposition No. 1. From all alley 
collection points where a fence exists* pickup will be made 
from alley side of fence. 


MULTI-FAMILY HOUSING UNITS (Three (3) units and larcer) - 
Each multi-family housiriG complex shall receive total 
pickup of solid waste (carbaae* rubbish* and household 
rubbish)* once a week on a reeular schedule. The residents 
of each unit shall place solid waste in a metal or plastic 
can* plastic refuse or compactor bac of not more than 30 
Gallon capacity. A pickup site location may be aGreed upon 
between property owner or manacer and the contractor. Such 
site will be easily accessible for contractor's truck to 
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drive within 30 feet thereof? for ease of loadinG. In all 
cases? adequate drives must he provided to allow insress 
and esress of contractor's trucks and the complex 
owner/manoGer must submit written authorization to the 
contractor permittiriG the contractor to enter the premises 
and to hold the contractor harmless to any damaGes 
resultiriG therefrom* However? contractor shall be 
responsible for any damaGes caused by nee licence on its 
part ♦ 


Copies of the written authorization to a premise 
siGned by the property owner/manaGer and the site location 
of the GarbaGe pickup on the premise are the responsibility 
of the contractor to obtain. Copies of such documents will 
be placed on file in the Board of Public Works. In case a 
property owner/manacer of the multi-family unit and the 
contractor disacree on the site location? the E’-oard of 
Public Works will arbitrate? accept or reject the site 
location? as defined by the specifications of the contract. 


MOBILE HOME UNITS - Each Mobile Home unit shall receive 
total pickup of solid waste (Garbaee? rubbish and household 
rubbish) once a week on a reGular schedule. The Contractor 
shall desiGnate a pickup spot for each unit within five 
feet of curb. The resident of each unit shall place solid 
waste within 6 feet of either side of desiGneted location 
in metal or plastic cans? plastic refuse or compactor bass 
of not more than 30 Gallon capacity* Above services to be 
paid for under Proposition No* i♦ 

(a) Mobile home court owner must provide adeeuate 
streets approved by Board of Public Works for 
insress and esress to ell mobile homes reouirins 
service* Said streets to accommodate Contractor's 
trucks and allow for pickup at curb. 


<b> Mobile home court owner must submit written 
authorization to the Board of Public Works 
permittiriG Contractor to enter premises and hold 
Contractor harmless to any damaGes resultiriG 
therefrom* However? Contractor shall be 
responsible for any damaGes caused by nesliGence on 
his part or any of his employees. 


CITY FACILITIES - Contractor shall furnish service to all 
City Owned or Leased facilities (except Aviation and Parks) 
which produce refuse? on the basis of weekly or daily 
collections. Freouehcy of collection will be determined by 
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the Board of Public Works. A list of Cits Facilities* 
includins type of collection is attached as Exhibit ■C. 


(a) Container size will vary from facility to 
facility. No charGe is to be levied by Contractor 
to City for rental or use of any special container 
<bin or dumpster)* such container* if needed* will 
be supplied by Contractor durinG the period of the 
Contract. 

(b) Any additional equipment or collections will 
have to be Justified by the Board by additional 
City service or buildins. 


SERVICE PROVIDED E^Y CONTRACTOR. The Contractor awarded the 
contract for any Zone* 1 throuGh ■T* shall be reimbursed by 
the City for the collection and disposal of GarbaGe* 
rubbish and household rubbish provided to siriGle family* 
duplex* mobile home and multi-family units electinc 
identical "sinele family type’ service under the conditions 
prescribed in the preceediriG section. 


6 . TIME OF OPERATION: 

RESIDENTIAL - IncludiriG Apartment Complexes and Mobile 
Home Courts. Unless otherwise mutually aoreed upon by the 
Board of Public Works and Contractor* collection of solid 
waste shall not commence before 5:00 A.M. and shall be 
completed by 11:00 P.M. on any sinGle day of collection. 
No collection shall be made on Sundays or the followinc 
holidays: New Year’s Day* Memorial Day* Independence Day* 
Labor Day* Thankseivine Day and Christmas Day. 

CITY FACILITIES - Pickups will be made at the City 
Facilities at hours to be approved by the Board of Public 
Works. The Board of Public Works will annually provide an 
up to date listiriG of locations of pickups. 

City shall advise Contractor of street or alley 
closinas and assist therein by providins access to 
accomplish required collections. City may* at Contractor's 
request and expense* post "No Parkins * siens to facilitate 
collections in tisht locations. 
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7* TRASH CANS AND CONTAINERSt 




All City owned trash cans end containers in the 
downtown 3rea (approximately 70 at present time) to be 
emptied daily* Monday throuch Friday* -by the Contractor 
awarded the Zone where those containers are located. The 
loecation of the trash cans will be provided to Contractor 
by the Board of Public Works. 


8 . equipment: 

The Contractor will furnish all equipment* labor and 
supervision necessary to collect said Garbage and rubbish* 
and will contract with* or furnish one or more disposal 
sites for the complete disposal of said carbace. Each 
bidder shall submit with his/her proposal* types of all 
equipment to be used in the performance of the proposed 
contract. Equipment to be used for haulins rubbish and 
sarbase shall be of late model* steel body* non-leakable* 
and of the automatic packer type capable of collectine all 
household rubbish as defined in General Specifications 2 
<c>* durir.G resular pickup schedule. The equipment shall 
be in such condition that the schedule of collection* as 
presented to the Board of Public Works* can be maintained. 
Breakdowns or faulty equipment will not be sufficient 
reason to deviate from this schedule. The Contractor shall 
use equipment etaual in type* specifications* usual wear and 
tear excepted* at all times durins the performance of the 
contract* and shall promptly acquire and use such 
additional equipment as performance of the contract shall 
from time-to-time require. The eeuipment must be available 
fifteen (15) days before the collections are to be made 
under the contract* at which time they will be inspected by 
the City. 

The name of the company and the truck number shall be 
painted on both sides of the truck with letters and fisures 
not less than seven (7) inches hish. The Contractor must 
have his/her trucks washed a minimum of three (3) time per 
week. 


The Contractor must make available to the City adequate 
space on both sides of each truck to hold informational 
siens that the City will provide. The size of the sicr.s 
will be no larger than 30* in heicht and 60* ir. lensth. 
The City will provide the brackets. 


PAGE 28 


9» EMPLOYEE CONTROL: 


All of the Contractors employees shall be competent arid 
able to perform the duties assiGned to them for all work 
covered by this contract. The Contractor "must employ only 
neat* orderly* courteous* sober* competent and efficient 
employees and shall remove any employee who refuses or 
nedect to obey or carry out any of it's or the Board of 
Public Works instructions and such person shall not aGain 
be employed in the work covered by this contract. The 
Contractor shall prohibit drinkinc of alcoholic beveraGes 
by its employees while on duty or in the course of 
performiriG their duties under this Contract. 

The Contractor shall Give his/her personal supervision 
to the work or have assiGned at all times a competent 
supervisor or other representative satisfactory to the 
Board of Public Works and havinc authority to act for the 
Contractor♦ 


10. DISPOSAL OF waste: 

All solid waste collected by the Contractor shall be 
disposed of by the sanitary landfill method* or by other 
methods approved by the Board of Public Works. Contractor 
shall pay all costs for disposal of Solid Wastes collected 
under this Contract. The Contractor shall contract with or 
furnish a suitable site adeeuately zoned for the sanitary 
landfill* which site will have the prior and continued 
written approval of the Indiana State Board of Health for 
said waste disposal and lime and sewaee sludGe disposal* 
the Board of Health of the County in which it is located 
and the Fort Wayne* Allen County Board of Health. 

Any proposed landfill site and operation thereof shall 
meet the reauirements of the Indiana Stream Pollution 
Control Board Peculations SPC-18* Solid Waste ManaGement 
Permit effective AuGUSt 15* 197-3 ♦ Peculation SPC-18 shall 
be made a part of these specifications for the purpose of 
acQuiririG and operatinc a sanitary landfill. 

Bidders shall have forty-five (^5) days from the date 
bids are received to submit evidence that each proposed 
landfill complies with the standards and reauirements as 
set forth 3bove* as well as any other laws or reeulations 
GOverniriG the operation of a sanitary landfill. Failure to 
meet these reauirements may be cause for rejection of a 
bid. 
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11. COMPENSATION 


City shall pay the Contractor monthly'* Compensation 
shall be 1/12 of the total bid amount* or at the discretion 
ofthe Contractor* 1/Z4 payments may be made twice monthly* 
For the second and subsequent contract years* the number of 
additional collection units will be used as the basis upon 
which compensation shall be increased* to which there shall 
be added a fieure equal to the number of sincle family* 
duplex and mobile home units constructed or otherwise 
created* within the limits of the Zone for which this 
contract is written* for the annual period immediately 
followine the prior year for which such computation is 
made* as supplied by the Board of Public Works for the City 
of Fort Wayne* Said fieure to be used for compensation 
shall be adjusted neeatively based upon all dwellins units 
which are demolished and rased* 

Should any territory be annexed to City* a fiGure equal 
to the actual number of sinsle family* duplex and mobile 
home units therein on the basis of a physical count made by 
the City* shall be added to the contract of and effective 
upon the effective date that such annexation is complete 
and final as prescribed in the applicable statute of the 
State of Indiana on annexation* and such compensations 
shall be forthwith increased accordinGly* Should any 
territory be annexed after bid date and prior to startins 
of contract* such collection units shall be added to the 
first year's compensation unit fieure. 

The Contractor shall report to the Board of public 
Works on a quarterly basis* ideritifyinc the number of units 
served under Proposition I* and the number of units undr 
Proposition II by address* and* if applicable* Proposition 
III* electinc *siriGle family type" service. The report 
will establish the number of units that the Contractor will 
be reimbursed for* as stated in Proposition No. 2* Payment 
for Multi-Family units will be made concurrently with 
payments for sincle family* duplex and mobile home units 
under Proposition No* 1. 


12 . assignment: 

The Contractor shall not assiGn the contract or sublet 
as a whole or in part without the written consent of the 
City* Such assicnment shall not release the Contractor 
from any of his/her obliGations and liabilities under the 
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contract* Violation of this specification shall result in 
instant termination* Any violation of the specifications 
in this contract shall be sufficient cause for the 
immediate cancellation or issuance of penalties? by the 
Board of Public Works? who may thereupon employ the 
necessary labor to perform the work or re'advertise or relet 
the work? at the expense of the offendinG Contractor and 
his/her sureties* 


13* TERM OF AGREEMENT t 

The term of this contract shall be for a period of six 
(6) years besinnins January 1? 1982 and endiriG December 31? 
1987? with an Option to renew with the approval of all 
contractinc parties for a period not to exceed one (1) year 
conforminG with the same terms and conditions established 
with this initial contract* 


14. indemnification: 

The Contractor does aGree* 

To indemnify and save City harmless from? includinG 
Attorney fees? any and all liability whatsoever 
Growinc out of any injury or damaGe to property or 
persons because of any neGlect or fault of 
Contractor? its aGents or employees? in the 
carryinG out of this contract? or any matters 
connected therewith or related thereto. 

To? on notice Given by City? defend at its own 
expense any action or suit brouGht aGainst City 
because of any work or other acts done by 
Contractor under terms hereof* 

To pay any JudGement which may be obtained aGainst 
City by reason of any work or acts done hereunder 
by Contractor? its aGents or employees* 

To pay all dsmsGes occurrinG to any persons or 
property? public or private? resultinG from any 
fault or nealect on its part or on the part of its 
scents or employees* 

To promptly repair any daifiaee to yard? driveways? 
alleys? curbs? streets? etc.? other than normal 
wear and tear. 
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is. insurance: 

The Contractor shall at all times during the Contract 
maintain in full force and effect Employer’s Liability* 
Workmen's Compensation* Public Liability and Property 
Dairiaee insurance* includiriG contractual liability coverase 
for the provisions of Section 15 (Indemnification). All 
insurance shall be by insurers and for policy limits 
acceptable to the City and before commencement of work 
hereunder the Contractor aGrees to furnish the City 
certificates of insurance or other evidence satisfactory to 
the City to the effect that such insurance has been 
procured and is in force. The certificates shall contain 
the followiriG express obliGationt 


■This is to certify that the policies of 
insurance described herein have been issued to the 
insured for whom this certificate is executed and 
are in force at this time. In the event of 
cancellation or material chariGe in a policy 
affectinc the certificate holder* thirty (30) days 
prior written notice will be Given the certificate 
holder♦" 


For the purpose of the Contract* the Contractor shall 
carry the followinc types of insurance' in at least the 
limits specified belowt 


CoversGes 


Limits of Liability 


Workmen's Compensation 


Statutory 


Employer's Liability 


$500*000 


Esodily Injury Liability 
Except Automobile 


$500*000 each occurrence 
$1*000*000 aGGreGate 


Property Damace Liability 
Except Automobile 


$500*000 each occurrence 
$1*000*000 aGGreGate 


Automobile Bodily Injury 
Liability 


$500*000 each person 
$1*000*000 ea occurrence 


Automobile Prop DamaGe 
Liability 


$500*000 each occurrence 


Excess Umbrella Liability 


$5*000*000 ea occurrence 
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For purposes of this Contract* the Contractor shall 
cause the City to become a named insured on any and all 
such policies of Insurance referred to herein* as the 
City's interest may appear. The Contractor shall furnish 
to the City* prior to 30 days of the beGinninG of the 
Contract* Certificates of Compliance with all the foreGoiriG 
insurance requirements. Failure to do so is cause for 
termination of the contract. 


16. COMPLIANCE WITH LAWS - PERMITS \ 

The Contractor shall obtain at its own cost* and Keep 
current* all permits* licenses* and bonds necessary for the 
conduct and completion of the work and/or required by 
Municipal* State and Federal ReGulations and Laws* 
includinG Affirmative Action* unless specifically provided 
otherwise in Contract documents. 

The Contractor shall Give all notices* pay all fees* 
and comply with all federal* state and municipal laws* 
ordinances* rules* 3nd peculations bearinG on the conduct 
and completion of the work. This Contract* as to all 
matters not particularly referred to and defined .therein 
shall notwithstandiriG > be subject to the provisions of all 
pertinent state statutes and ordinances of the 
municipality* which ordinances are hereby made a part 
hereof with the same force and effect as if specifically 
set out herein. 


17. BID bond: 

A Certified Check* Cashier's Check* or Bank Draft drawn 
on a solvent bank payable without condition to the City of 
Fort Wayne* Indiana* or a satisfactory bid Bond executed by 
the Bidder and a surety company* in the amount . required for 
the Zone or Zones beiriG Bid* shall be submitted with each 
bid as a Guarantee that if the bid is accepted by the City 
of Fort Wayne* a contract will be entered into and the 
performance of the contract will be entered into and the 
performance of the contract properly secured. No bid shall 
be withdrawn after openinG of bids for a period of sixty 
(60) days after scheduled date and time of openinG bids. 
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The bid bond amounts reauired will depend on the Zone 
or Zones beiriG bid* The amounts are as follows: 


Zone No* 1* (City Wide Bid) 
Zone No* 21 (Southeast Zone) 
Zone No* 3* (Southwest Zone) 
Zone No* 4: (Northern Zone) 


$ 120 * 000*00 
$ 40*000.00 
$ 40*000*00 
$ 40*000.00 


If Contractor is biddiriG Zone No. 1 aloriG with any 
other Zones independently* the Contractor is responsible 
for only submittiriG the maximum amount for Zone No* 1. If 
Contractor is biddiriG on only one or two Zones* the 
Contractor must submit an amount eaual to the sum of the 
amounts for the Zones beiriG bid* At no time must a Bid 
Bond be submitted Greater than $120*000*00. 

In case a bid is not accepted* the obliGation of the 
said bond shall be null and void and said certified check* 
cashier’s check* or bank draft shall be returned to the 
bidder ♦ 

In case a bid is accepted* and the E:idder does enter 
into Contract with the City of Fort Wayne for the work bid 
upon within ten (10) days after notification of award* and 
has furnished a performance bond as reauired* then the 
obliGation of the bid bond shall be null and void or the 
said certified check* cashier’s check* or bank draft shall 
be returned. In Case a bid is accepted and the Bidder 
shall refuse or nedect to enter into a contract with the 
City of Fort Wayne* for the work bid upon* within ten (10) 
days after notification of acceptance and award* and has 
furnished bid bond as reauired* then the obliGation of the 
bid bond shall remain in full force or said certified 
check* cashier's check* or bank draft shall be forfeited to 
the City of Fort Wayne as ascertained and liauidated 
damaGes for failure to so comply* 


18* PERFORMANCE BOND: 

The successful bidder* at the time of siGniriG the 
contract and fifteen (15) days prior to the beGinninG of 
each contract year* will be reauired* at his/her own 
expense* to furnish an annual bond cuaranteeiriG faithful 
performance of the contract in an amount reauired for the 
Zone or Zones beine awarded to the successful Contractor 
under this contract executed by the Bidder and Surety to be 
approved by the Board of Public Works. The performance 
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bond shall contain the following clause? *The said Surety* 
for value received* hereby stipulates and acrees that no 
chanse* extension of time* alteration or addition to the 
terms of the contract or to the work to be performed 
thereunder* or the specifications accompanyins the same* 
shall in any way effect his/her oblisatior. on this bond* 
and it does hereby waive notice of any such chance* 
extension of time* alteration or addition to the terms of 
the contract* or to specifications of work** 


The Performance Bond amounts required will depend on 
the Zone or Zones awarded. The amounts are as follows? 


Zone No. 1? 
Zone No. 2? 
Zone No. 3? 
Zone No. 

Notwithstanding 
Performance Bond woi 


(City Wide Bid) 
(Southeast Zone) 
(Southwest Zone) 
(Northern Zone) 

on how the bid -is 
•Id be $*1*050*000. 


$ 1*050*000.00 
, $ 350*000.00 

$ 350*000.00 

$ 350*000.00 

awarded* the maximum 

00 . 


19. UNUSUAL INCREASE/DECREASE IN COSTS DUE TO CITY 
GOVERNMENT ACTIONS? 

In the event that leree increases (or decreases) in the 
cost of operation of the work of this Contract occur 
because of city Government action* the Contract amount may 
be adjusted by mutual agreement of the two parties. 
Adjustment of the Contract amount for this reason shall be 
limited to the items that cannot be reasonably anticipated 
by the Contractor at the time of biddins. The Contractor 
shall supply detailed information concerriins his/her 
request for consideration for any increase for the Board of 
Public Work's consideration* 


20. TERMS AND CONDITIONS? 

The successful bidder shall enter into a contract with 
the City of Fort Wayne containins in substantial form the 
terms and conditions set out in the proposed contract* for 
the established Zone or Zones* as follows? 

The Contractor shall enter the amounts of his/her bid 
for the followiric Propositions in the areas provided ir« the 
Proposal portions of this bid. 
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Proposition No* It 

For the complete performsnce of sll the termsr 
conditions and provisions of Proposition No* 1, as per 
specifiations* namely* 

A six (6) year contract providine for total solid waste 
(includine Garbaee* rubbish* and household rubbish) 

• collection and disposal on a weekly schedule from: 

(a) Curb or alley location for each household* duplex 
and mobile home unit* 

(b) Collection* as reeuired* of all City Facilities 
(except Aviation and Parks) and sll City owned trash 
cans and containers* 


Proposition No* 2t 

For the complete performance of all the terms* 
conditions and provisions of Proposition No* 2* as 
specifications* namely* 

A six (6) year contract providine for total solid waste 
(includine earbaee* rubbish* and household rubbish) 
collection and disposal on a weekly schedule from 
Multi-Family units* 

(a) Per unit price for once a week "sinde family 
type* pickup of Multi-Family units* 


Proposition No* 3! 

Adjustments in the contract price* per zone* for the 
providine of collection and disposal of solid waste caused 
by chances in the total number of residences referred to 
herein* resulting from annexation* new construction or 
demolition* 


21* CHANGE IN COST OF DOING BUSINESS! 


The compensation payable to 
Proposition Numbers 1* 2 and 3* 

subsequent years of the term hereof 


the Contractor in 
for the second and 
shall be adjusted as 
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provided below* To allow flexibility and increase 
competition? the Contractor is reauested to bid? usinG all 
five options* The City? while evaluatins the bids? will 
choose the bid and the option most beneficial to the City 
over the term of the contract. 

The cost option (l?2?3?-'l or 5) that the contractor 
proposes and subsequently the City selects as the 'most 
beneficial to the City' will be the cost adjustment formula 
used for the six years of the contract* If the City elects 
to extend the contract for one more year (7th year) the 
same cost adjustment option will be in effect* 

All reference to CPI? (Consumer Price Index) throuchout 
th Proposal? Specifications? Contract and Addendums? will 
be based as follows* 

Chenee in CPI will be measured on an annual basis with 
measurement period correspondiriG to the Federal BudGet 
Fiscal Year? beGinniriG October 1? and endinG September 
30. (except Cost Adjustment Options Mo* 1 and 2 in 
Specifications? Section 21*) This measure was chosen 
so that final chance in CPI will be available before 
the Civil City fiscal year beGins? which is January 1* 
This time period also corresponds to the beGinniriG of 
each contract year to which the formula chanGe applies* 
CPI measurement will becin October 1? 1981? and close 
September 30? 1982? for the Contract year beGinniriG 
January 1? 1983. 

In cost adjustments Mo* 1 and 2? CPI is based on the 
calender year January 1 to December 31* Cost 
adjustment option No. 3 requires a certified audit and 
approval of the Board of public Workds by January 1 of 
each affected year* Therefore? the CPI may be set for 
cost adjustment option Mo* 3 as described above* 


Option No. 1J (80% CPI) 

At the start of the second year and each year 
thereafter? compensation to the Contractor shall be 
increased or decreased in an amount equal to 0.8 multiplied 
by the net percentace chanGe in the CPI as follows* 
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Example 


jf 


Jan 1 * 1983 (CPI for Dec 1982-CPI for Dec 1981 X 0.8) Base Bid 

to 1 --’-x- 

Dec 31 t 1983 ( CPI for Dec. 1981 ) 12 


Jan It 198^ (CPI for Dec 1983-CPI for Dec 1982 X 0.8) Base Bid 

to 1 -- X- 

Dec 31 t 198-9 ( CPI for Dec. 1981 ) 12 


Option No. 21 (110% CPI) 

At the start of the second year and each year 
thereafterr compensation to the Contractor shall be 
increased or decreased in an amount eaual to 1.1 multiplied 
by the net percentaee chance in CPI as follows! 

Example! 


Jan It 1983 (CPI for Dec 1982-CPI for Dec 1981 X 1.1) Base Bid 

to 1 +--X- 

Dec 31 t 1983 ( CPI for Dec. 1981 > 12 


Jan 1 t 1989 (CPI for Dec 1983-CPI for Dec.1982 X 1.1) Base Bid 

to 1 --X- 

Dec 31 t 198-9 ( CPI for Dec. 1981 ) 12 


Option No. 3! (Cost plus Rate of Return) 

At the start of the second year and each year 
thereafter t compensation to the Contractor shall be 
increased or decreased in an amount eeual to the 
Contractors chanse in allowable expenses plus a fluctuatins 
rate of return. 

For Clarification! 

Last years cost - this refers to the bid amount as 
established by bid» for the first 
year» and any adjustments to the bid 
amount actually paid to the Con¬ 
tractor for subseouent years. 
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This years cost - For the 1983 Adjustment* this re¬ 
fers to the actual costs incurred 
by the Contractor for the first 
three Quarters of the year prior to 
the date of adjustment* supported by 
a Certified Audit. The first three 
Quarters (9 months) will be averaced 
to establish an annual cost fiGure. 

For all subseouerit years* this refers 
to the actual costs incurred by the 
Contractor for the 12 month period 
endine September 30* supported by a 
Certified Audit* prior to the January 
adjustment date. 

Example * COST ADJUSTMENT FOR YEAR - 1983: 

Last years cost = oriGinal bid amount 

This years cost = Actual costs for the first 
9 months of 1982. (Costs to be sverased 
and annualized for makine cost cal¬ 
culations) 

COST ADJUSTMENT FOR YEAR - 198TJ 

Lest years cost = 1983 Contract Payments 

This years cost = Actual costs for the last 
3 months of 1982 and the first 9 months 
of 1983. 

Allowable expenses include* reimbursement for labor 
costs* purchases and maintenance of rollinG stock* landfill 
cost* insurance* Workmans Compensation * Taxes* 

depreciation* interest* and such other items deemed to be 
normal business expenses by the Board of Public Works. 

* Subtact last years costs from this years cost to find 
the chariGe in costs (+ or -). 

* Divide the chance in costs by last years costs to 
find the percentaGe chariGe. 

xc Multiply CPI by .8* and subtract the percentace 
chariGe in costs from the 80% of CPI* multiply the 
diferer.ee by .5 to find the incentive variable %♦ 

* Multiply the % incentive variable by last years cost 
and add the total to chariGe in costs to determine 
the amount of increase or decrease. 

x Add last years cost to the adjusted increase or 
decrease to determine the new contract amount. 
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(Last years cost 
(This years cost 
(CPI x ♦8 

(Chanse in costs (+ or -) 
(% chariee (+ or -) 

( *5 

(Incentive variable % 

(New contract amount 

Formulat B - A = D, 

D 7 A = Ei 
C - E x F = G, 
GxA + D + A = 


= A) 
= B) 
= C) 
= D> 
= E) 
= F) 
= G) 
= H) 


H (New Contract Amount) 


Examplet 

Variables! (Last years cost = 2r000y000) 
(This years cost = 2,150,000) 
(ChanGe in CPI = 12%) 


2»150 > 000 - 2»000y000 = 150y 000 y 
150,000 f 2y000>000 = .075, 

♦096 - #075 x ♦5 = .0105, 

.0105 x 2y000y000 + 150,000 + 2,000,000 = 

$2,171,000.00 (New Contract Amount) 

The formula protects the Contractor by allowins his/her 
expenses to be reimbursed by the City. Consiouently, each 
1% increase in Contractor costs Greater than .8 x CPI 
reduces Contractors rate of return by 1/2%. However, for 
each percentaGe point in cost increases lower than .8 x 
CPI, the Contractor receives a 1/2% increase in the rate of 
return. If the Contractor utilizes this formula, the Board 
of Public Horks will reeuire Certified Audits, of which 
costs will be paid by contractor, to verify the amount of 
allowable expenses. 


Option No. ''it (Sanitation Service Price Index) 

At the start of the second year and each year 
thereafter, compensation to the Contractor shall be 
increased or decreased in an amount based on a "Sanitation 
Service Price Index". The Formula used is listed below. 
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Formula t --- 

(.1 x % chance in Fuel prices x last years bid> + 
(♦2 x % ch3nGe in CPI x last years bid) + 

x % chariGe in Labor Costs x last years ,bid) + 
(♦2 x *1 x last years bid)+ 

(last years bid) = New Bid Amount 

Examplei 
_ J2aj^Lsb-Le 


(.1 x .15 x 2,000.000) + (.2 x .12 x 2,000,000) + 
(♦*, x .13 x 2,00 0,000 ) + (.2 x .l x 2,000,000) + 
(2,000,000) = $2,222,000 (New Contract Amount) 


Option No♦ 5 ♦ (straieht 10%) 

At the start of the second year and each year 
thereafter, compensation to the Contractor shall be 
increased or decreased in an amount eaual to a flat 10% 
increase. 

Formulai 

Last year's base + (last year's base X .1) 


(Last years bid - 2,000,000) 
(Fuel Prices - up 15%) 

(CPI - up 12%) 

(Labor Costs - up 13%) 


CONSUMER'S PRICE INDEX l CPI, as referred to in this 
Section, is the Consumer's Price Index, published by the 
U.S. Department of Labor, Bureau of Labor Statistics, for 
"All Items" in the "U.S. City AveraGe" cateeora. 


22 . reports: 

The Contractor shall submit Quarterly written reports, 
broken down by month, to the Board of Public Works 
detailinG the number of tons or compacted cubic yards of 
Municipal Waste collected by the Contractor, and all other 
report reauests as identified in Specifications, Proposal 
and Contract. 
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23. ACCEPTANCE 


The Board of Public Works reserves the richt to accept 
and/or to reject any or all proposals. Any alteration? 
erasure? or interlineation of the Contract Document and of 
the form of the proposal itself may render the proposal 
irreeular. Consequently? the Board of Works may reject the 
proposal or waive said defects and irreGulsrities in the 
proposal♦ 

The Board expressly reserves the richt to Judce the 
experience? capability and financial resources of bidders 
to successfully perform this contract and when found 
unsatisfactory? reject the bid. 


2^}. LIST OF OFFICERS AND STOCKHOLDERS t 

Bidders shall submit a list of all corporate officers 
and all stockholders who own over 10% of their respective 
companies. All partnership or Joint venture bidders shall 
list all partners or members of the venture and their 
respective percentace of participation in said partnership 
or Joint venture. (Include in Form 96-A) 


25. AFFIRMATIVE ACTION: 

The Contractor shall comply with all appropriate 
Affirmative Action requirements? and further? the 
Contractor shall not discriminate in its carrainc out if 
its duties hereunder on the basis of Race? Creed? Color? 
Sex? National Oricin or ReliGion or any other proscribed 
basis. (See Exhibit "D") 

The Contractor screes to furnish a certificate from the 
Industrial Board of State of Indiana? showinc that he/she 
has complied with all the provisions of the Workmen's 
Compensation Act of the State of Indiana? and the Workmen's 
Compensational Diseases Act of the State of Indiana. 

The Contractor will submit with his/her bid proposal 
packace? the City of Fort Wayne Contractor Compliance 
Documents (2). The City may reject a contractors bid 
proposal if such documents are not included and/or 
complete. The Contractor awarded the Contract must update 
the City Affirmative Action documents annually on the 
anniversary date of the award. Contractor Affirmative 
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Action documents will be kept on file in the City Personnel 
Office. 




26. RIGHTS OF WORKERS! 

The successful bidder shall be required to. abide by the 
National Labor Relations Act* as amended in 1959* U.S. Code 
Title 29* Sections 1-11-168* euaranteeins the rishts of 
workers to orsanize and to bareain collectively with their 
employers* or to refrain from all such activity. 


27. GENERAL CONDITIONS: 

A. In all work performed hereunder* the successful 
bidder shall be required to comply strictly with all City* 
County* State* and Federal laws in force applicable to the 
successful bidder’s operation* to comply with and be 
subject to the order and applicable reeulations of the 
Board of Health and all other Departments and aeencies of 
the City* end in all thines to conform to an abide by the 
laws of the State of Indiana. 

B. The successful bidder shall furnish City a 
certificate from the Industrial Board of the State of 
Indiana* certifyins that it has complied with the terms and 
conditions of the Workmen’s Compensation Act and the 
Occupational Diseases Act of the State of Indiana. 

C. The failure on the part of the City to declare this 
contract terminated or otherwise to enforce its rishts 
hereunder* upon the default of the successful bidder or the 
failure of the successful bidder to perform any of the 
terms* provisions* or conditions hereof* shall not operate 
to bar* abridse or destroy the risht of City to declare 
this contract null and void or to excercise its other 
rishts and privileaes upon any subsequent default or 
failure by the successful bidder to perform any of the 
terms* provisions or conditions hereof. 

D. It is understood that the contract will consist of 
the Notice to Bidders* Instructions to Bidders* General 
Specifications* Proposal Form* Non-Collusion Affidavit* 
Statement of Experience in Municipal Garbese and Rubbish 
Collection* Site and approval of Sanitary Landfill Site for 
Disposal of Gsrbaee and Refuse Collected* Statement of 
Availability of Equipment* Work Plan* Performance Bond* 
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Contract and Insurance Certificates, Completed Form 96-A, 
Affirmative Action Proeram, Certificate from Industrial 
Board which are by reference thereto made a part of this 
contract as fully and effectually as if set out in full 
detail* 

E* It is understood that this contract is subject to 
approval by ordinance of the Common Council of the City of 
Fort Wayne* 

F* The successful bidder shall furnish City, thirty 
(30) days prior to beeinnins operations, a detailed map and 
schedule of routes and collection points showine days of 
collections, and said maps and schedules shall be kept 
current by the successful bidder* Ar.y alteration in the 
routes, collection points or scheduled days of collection 
must be submitted to the Board of Public Works for approval 
in advance. Notification of collection points and 
schedules to the homeowner shall be at the Contractors 
expense♦ 
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EXHIBIT "A 


For the purposes of this bid* the City has been divided 
into three (3) Zones* includine a fourth Zone combinine all 
Zones* A map detailine the Zone boundaries is attached 
hereto as Exhibit " E:" * 

The fieures used here as estimates* have been obtained 
throueh the Community Development and PlsnninG Department 
of the City of Fort Wayne. These fieures represent the 
number of dwellinGS* but does not reflect any vacancy 
factor* The total vacany rate* as measured by Community 
Development and PlanninG in 1980* is 7*5%* 

The fieures listed below are estimates only* and are to 
provide the Bidder with some information as to the number 
of dwellines for each Zone* The City is not responsible 
for these fieures and shall not be held liable for them* 


Zone No. it (City Wide Zone) 


This Zone includes Zones 2* 3 and 4 


No* of SiriGle Family* Duplex and Mobile 

Home Structures 

Total Structures = ^8*569 




No* of Multi-Family Units 

(Three units per dwelline and over) 

Total Units = 16*530 
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Zone No* 2 


(Southeast Zone) 


No. of Sinele Family* Duplex and Mobile 

Home Structures 

Total Structures = 16*557 


No. of Multi-Family Units 

(Three units per dwelline and over) 

Total Units = 3*815 


Zone No 


(Southwest Zone) 




. s: 


No. of Sinele Family, Duplex 3 nd Mobile 
Home Structures *• 

Total Structures = 15,123 

No. of Multi-Family Units 
<Titree units per dwellins and over) 
Total Units = *1,^29 


Zone No. (Northern Zone) 

No. of Sinele Family, Duplex and Mobile 

Home Structures 

Total Structures = 16,889 

No. of Multi-Family Units 

(Three units per dwellir.G and over) 

Total Units = 8,286 


ADDENDUM 


This Addendum entered into this 15th day of September, 

1981, by and between the City of Fort Wayne, Indiana, by and 
through its Board of Public Works, hereinafter called "City" and 
National Serv-All, Inc., hereinafter called "Contractor". 

WITNESSETH: 

WHEREAS, the parties hereto are parties to a contract for 
the collection, transportation and disposal of garbage and refuse 
for the City of Fort Wayne, Indiana. Said contract is of even da,te 
herewith; 

WHEREAS, said contract consists of all specifications as 
prepared by the Board of Public Works of the City of Fort Wayne, 
Indiana; 

WHEREAS, said contract provides for formulae adjustments 
on monies to be paid by the City to the Contractor for services 
to be rendered by Contractor and these formulae are contained on 
pages 40 and 41 of the contract documents; 

WHEREAS, it is the desire of the parties to clarify the 
application of said formulae as provided under option #4, pages 
40 and 41 of the contract documents. 

NOW, THEREFORE, FOR GOOD AND VALUABLE CONSIDERATION, THE 
PARTIES AGREE AS FOLLOWS: 

1. It is understood and agreed by the parties hereto that 
any percentage change in fuel prices shall not exceed the percen¬ 
tage change in fuel as experienced by the City of Fort Wayne, 
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Indiana, for a similar period. 

2. It is understood and agreed by the parties hereto that 
the percentage change in the consumer price index shall be that 
annual change in the consumer price index as determined by the 
United States Department of Labor running from November to November 
commencing November, 1981. 

Any subsequent adjustments to the consumer price index for 
said one year period of time (November to November) shall be taken 
into consideration, either upward or downward, in the adjustment 
that would otherwise be made for the year next following. Pro¬ 
vided, however, that no such adjustment shall be made in the last 
year of the contract. 

3. It is understood and agreed that any percentage change 
in labor costs shall be only that percentage change in the hourly 
rate of the Contractor's employees exclusive of all other forms 
of compensation including but not limited to fringe benefits, va¬ 
cation days and the like. If the Contractor has in effect a col¬ 
lective bargaining agreement with its employees then the percentage 
change as required under said contract shall be determinative of 
the percentage change in labor costs as to be calculated under 
this contract. 

4. It is agreed by the parties hereto that this Addendum 
constitutes a binding agreement between the parties and same shall 
be construed as part and parcel of the original contract docu¬ 
ments but it is noted that no changes in the original contract 
documents are being made herein, rather, this Addendum is for 
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purposes of clarification. 

IN WITNESS WHEREOF, this Addendum has been signed the 
day, month and year above written. 



THOMAS W. LATGHEM, CHAIRMAN 

BOARD OF PUBLIC WORKS 




ROBERTA ANDERSON STATEN, MEMBER 

BOARD OF PUBLIC WORKS 


BETTYiR. COLLINS, MEMBER 

BOARD OF PUBLIC WORKS 




NATIONAL SERV—ALL, INC., Contractor 
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UNITED REFUSE COMPANY, INC. 



September 17, 1981 


Mi. ChaJiJlzA WeAteAman, City Clefik 
City-County Building 
One Main StAeet 
Foht Wayne, Indiana 46802 

Dean. Mi. WeAteaman: 

PZeaAe put my name on the, agenda to Apeak at the Apeelal hea/itng being 
held September 23, at 7:00 p.m. In KegatidA to the Gcuibage-Colleetlon 
Contract. 

Thank you. 


SZneenely, 



\Jlee PfieAldent 
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LIVINGSTON, DILDINE, HAYNIE & YODER 

LINCOLN TOWER 

FORT WAYNE, INDIANA 46802 


WARD E. DILDINE (1970) 
GILMORE S. HAYNIE (1969) 


September 18, 1981 


TELEPHONE 



Mr. Charles W. Westerman, 

Clerk of the City of Fort Wayne 

City-County Building 

Fort Wayne, Indiana 46802 

Re: Contract for Collection 

of Garbage and Refuse 


Dear Mr. Westerman: 

This will serve to confirm our telephone conversation 
of September 18, 1981 requesting that the names of William P. 
Fagan, Charles R. Cogdell and certain unnamed corporate officers 
of SCA Services of Indiana, Inc. be placed on the agenda for the 
purpose of addressing the finance committee of the Fort Wayne 
Common Council at its meeting to be held on Wednesday, Septem¬ 
ber 23, 1981. 
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THOMAS W. YODER 


CHARLES R. COGDELL 

EDWARD L. MURPHY, JF 
C.ERIK CHICKEDANT2 


GRANT F. SHIPLEY 
RICHARD P. SAMEK 
THOMAS P. YODER 
EDWARD J. LIPTAK 


MARSHALL W. GRATE 


LIVINGSTON, DILDINE, HAYNIE & YODER 


FORT WAYNE, INDIANA 46802 


September 2 2, 1981 


WARD E. DILDINE (1970) 
GILMORE S. HAYNIE (1969) 




TELEPHONE 


Mr. Charles W. Westerman, 

Clerk of the City of Fort Wayne 

City-County Building 

Fort Wayne, Indiana 46802 

Re: Contract for Collection 

of Garbage and Refuse 

Dear Mr. Westerman: 

I understand that an ordinance will be introduced 
during the meeting of the Fort Wayne Common Council tonight 
to approve a contract with SCA Services of Indiana, Inc. for 
the collection of garbage and refuse with the City of Fort 
Wayne. I understand that the normal procedure of the Common 
Council would be to refer that ordinance to its Finance 
Committee and not vote on it, at least, until after a meet¬ 
ing of said committee to be held on September 23, 1981. 
However, if the rules of the Council are suspended during 
the meeting this evening, I would appreciate an opportunity 
for a member of our firm to address the Council on behalf 
of our client, SCA Services of Indiana, Inc. 

A member of our firm will attend the City Council 
meeting this evening in the event that such a suspension of 
rules occurs. 


Very truly yours, 
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GLADIEUX REFINERY INC. 

4133 NEW HAVEN AVENUE 
FORT WAYNE, INDIANA 46803 
(219) 423-4477 


September 21, 1981 


City Councilman 
City County Building 
One Main Street 
Fort Wayne, IN 46802 

Dear Mr. Councilman: 


Barry Pruitt of SCA Service of Indiana, Inc. requested that 
we recommend them for the city sanitation contract. 

We have been associated with SCA Service of Indiana, Inc. in 
business and have been very pleased with their service and 
recommend them highly. 

Respectfully, 


GLADIEUX REFINERY, INC. 



Ly 
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MOUNE BUSINESS FONMS, INC. 


Hazelwood Station • P.0. Box 5129 
4740 Coldwater Road • Fort Wayne, Indiana 46895 
Telephone: (219) 482-8151 


September 22, 1981 


City County Building 

1 Main Street 

Fort Wayne, IN 46802 

Attentions City Council Members 

Gentlemen: 

I would like to take this opportunity to express my support 
and recommendation of SCA Services of Indiana in regards to the 
city trash removal contract. 

MOORE BUSINESS FORMS has been associated with SCA for many 
years. They illustrate a business-like attitude with a very responsible 
approach of doing business. 

I highly recommend this company to service our city of Ft. Wayne. 

I am confident that they will service our trash removal needs to our 
satisfaction. 


Sincerely, 


David Knoliman 
Sales Representative 


DKsmea 


An Equal Opportunity Employer 





Bruco Industries, Inc. 


4301 BLUFFTON ROAD • FORT WAYNE, INDIANA 46809 • TELEPHONED 9) 478-1680 



Sept. 21, 1981 


City Council Members 
#1 Main St. 

City Council Bldg. 
Ft. Wayne, In. 46801 


Re: Garbage Contract 


Gentlemen, 

I am writing this letter in support of SCA. 

We have done business with this company here in Fort Wayne. 
We have had no complaints in our business dealings with them. 

SCA deserves your support also as a competitive bidder who 
will save the taxpayer's money. 


i nnorol 



Bruce A. Berlien, President 
BRUCO INDUSTRIES, INC. 







COMMERCIAL WAREHOUSE & CARTAGE, Inc. 

General Warehousing • Pool Distribution • Cartage 
Rail • Truck • Air 

ZOO EAST SUPERIOR ST. FORT WAYNE, IND. 46802 

219-426-7825 

422-6071 


September 21, 1981 


Fort Wayne City Council Members 
City-County Building 
1st Floor 

Fort Wayne, Ind. 46802 
Gentlemen: 

We have been acquainted with SCA Services for 
the past two years, having used them for our garbage 
pick up. We are very happy with their services and 
would highly recommend them for city garbage pick 
up. 


Sincerely, 

COMMERCIAL WAREHOUSE & 



President 



6413 Hillsboro Ln.. Ft. Wayne. IND 46815 
PHONE 219 - 485-1029 


Fort Wayne Porta Service Corp. 


To the City Council Members: 

We at Fort Wayne Porta Service Corp. have done business with 
SCA for the past one and one-half years. 

We have found they are an excellent, reputable firm. 

We highly recommend SCA to be awarded the city contract for 
garbage pickup. 

Very truly yours, 


G 

President 
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Phone 432-3507 


CARSTEN - McDOUGALL - WINGETT, INC. 

Gasoline - Heating Oils - Motor Oils - Diesel • Heating & Air Conditioning - Sales & Service 


Box 30 - 2910 Connett Ave. 

FORT WAYNE, IND. 46801 



Sept. 21, 1981 


City County Bldg. 

One Main St. 

Port Wayne, Ind. L (.6802 

Attn: City Council People 

Dear Council Members, 

We have been associated with SCA Services of 
Indiana Inc. for approximately ten years and highly 
recommend this company to service our city. 


Sincerely, 

Robert G. McDougall 

Carston, McDougall-Wingett, Inc. 










•232 West Wayne St.•Fort Wayne, Indiana46802-Ph. 219422-6312 
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Address Reply to: 

9240 N. Meridian Street 
Suite 190 

Indianapolis, IN 46269 
(317) 848-6400 


MOTOROLA Communications and Electronics Inc. 


Bryan Bourff 

5108-4 Stonehedge Blvd. 

Fort Wayne, IN 46815 


City-County Bldg. 

Attention? Council Members 
Fort Wayne, IN 

Dear Council Members? 

I am writing to call some attention to the subject of City 
Sanitation for Fort Wayne. It has been to my understanding 
that SCA Services of Indiana is among those being considered 
for the awarding of the city contract. I have had the opportun¬ 
ity to work with SCA and I have found a certain enthusiasm 
among their workers and a sincere effort to grow with Fort 
Waynes' best interest. I feel that with Fort Waynes desire 
for growth and Community involvement it is in its best interest 
to include SCA Services of Indiana to do its part by combining 
the enthusiasm and quality service to best achieve the goals 
of Fort Wayne and its Community. I highly recommend SCA Services 
of Indiana to be awarded the City contract of Fort Wayne Sanatation. 


Thank You 



Bryan Bourff 
/CJ'i-pavf 


1301 East Algonquin Rd., Schaumburg, Illinois 60196 (312) 397-1000 



SO A SERVICES 



SERVICES 


MAILING ADDRESS: P. O. BOX 6130 • FORT WAYNE, INDIANA 46896 

LOCATION: 5295 OLD MAUMEE ROAD • FORT WAYNE, INDIAlMA 46803 • PHONE (219) 749-9689 


September 28, 1 981 


Mr. William Lewis 
6916 Ordway Drive 
Fort Wayne, Indiana ip68l 5 

Dear Mr. Lewis, 

We would like to take this time to thank you for bringing to 
our attention the container that was left at 6922 Ordway Dr. 

We would also like to clarify a few things. First of all, the 
container was not there for six months as you stated at the 
City Council hearing. It was delivered on June 1 5> 1981. 

Secondly, we would like to point out that the container was 
not overlooked by us. When we contract a container out to a 
customer, we have to wait until our customer contacts us that 
they are finished with the container, then we pick it up. 

I hope this explanation is sufficient for any inconvenience 
you had to go through. If we can ever be of any help in the 
future, please don’t hesitate to contact me. 


Sincerely yours. 




Johnnie Walker 

Sales Manager 

SCA Services of Indiana 


cc. 


City Council 
Ralph Helms 
Barry Pruitt 
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SOLID WASTE HANDLING • DISPOSAL AND MANAGEMENT SERVICE 


# 1 

# 2 

# 3 

# 4 

# 5 

# 6 

# 7 

# 8 

# 9 

#10 

#11 


CHARTS 


TOTALS (OLD CONTRACT, PROJECTED) 
PERCENTAGES (OLD CONTRACT, PROJECTED) 
GOAL 

OBJECTIVES (152) 

OBJECTIVES (354) 

ZONES 

PROPOSITIONS 

COST OPTIONS 

ASSUMPTIONS 

BASE BIDS (SCA 5 SERV-ALL) 


6 YEAR TOTAL (SCA 5 SERV-ALL) 



^/UrVALlM l i i w'w . . w. » . - 

6 YRS. 

i 

PRESENT _.; 

CONTRACT ESCALATION FORMULA^ 

©ASS COST + (.93xCPI) + (.73xLABOR) 
+ (1.63% FOR EACH $.03 ©>F ©AS COST 
INCREASE) + NO. OF ABOBTBONAL , 
UNITS (.93xCPS) + (.75xLA©@R) 

+ (1.65% FOR EACH $.05 OF ©AS COST; 
INCREASE) = ANNUAL COST 


PROP. 1 PROB 2 
RESID. ADDITIONAL TOTAL 


YEAR 1 

3,300,000 

UNITS 

0.0 

3,300,000 

YEAR 2 

3,704,296 

43,239.24 

3,747,535 

YEAR 3 

4,163,321 

97,194.63 

4,260,516 

YEAR 4 

4,772,569 

167,126.7 

4,939,696 

YEAR 5 

5,550,923 

259,177.6 

5,810,101 

YEAR 6 

6,472,981 

377,786.7 

6,850,768 

TOTAL COST 27,964,091 

944,524.9 

28,908,616 


ESTIMATE© RASE YEAR COST 
1.10x1981 COST ©R $3,300,000 
PLUS 

©ASE YEAR PER UNIT €@ST 
AT 1.10 x 1981 ESTIMATE© COST 1 
©R $5.35/MONTH 

ANNEXATIONS, C.P.I., LAEJOR + ©AS 
ESCALATORS USDN© ©ARRAOE 
COMMITTEE ESTIMATES 


C.HAE.T I 











GAH8AGS COklYHACY 


ANNUAL 

% INC. 

1976 1,232,122 


PLUS % 367,878 

29.857 % 

1977 1,600,000 

PLUS % 2®7,225 

12.952 % 

1978 1,807,225 


PLUS $ 102,775 

5 . 686 % 

1979 1,910,000 

plus $ 470,000 

24.607% 

1980 2,380,000 

PLUS $ 560,000 

23.520% 

1981 2,940,000 ESTIMATE 

PLUS $ 360,000 

12.244% 


WB2 3,300,0©© ESTIMATE 


cja&zt 2 . 


























TO PitOVIOi 


O-O^IL 


^ THE HIGHEST LEVEL OF SERVICE 


^ FOR THE MOST NUMBER OF PEOPLE 


^ AT THE LOWEST POSSIBLE PRICE 


CHACT 3 









OBJECTIVE I* COST OF SERVICE 

^ AVOID USER FEE ~~ — —7 

^ DECREASE COST FROM PRESENT LEVEL 

OBJECTIVE 2: COMPETITION 

^ HIGHLY COMPETITIVE BIDS FROM 2 OR 
MORE COMPANIES 


^ MULTIPLE OPTIONS FOR PROVIDING 
SERVICE 


^ INNOVATIONS AND IMPROVED 
TECHNOLOGY 


CWW£X A 




OBJECTIVE 31 CUSTOMER SERVICE 

^ RESPOND TO CUSTOMER NEEDS 
^ RESPOND TO NEIGHBORHOOD NEEDS 

OBJECTIVE 4: EASE FOR CITY 

GOVERNMENT 

^ ABILITY TO MONITOR AND ADMINISTER 
^ MAXIMUM MUNICIPAL PICK-UPS 


CWACT £> 




1*14,583,354^ 

CITY WIDE 

PNEji- 

amice 


CH/MZ.T 















































PROPOSITION I 


SINGLE FAMILY 
DUPLIN UNITS 
MOBILE NOISES 


proposition ii: : 

MULTI-FAMILY UNITS 
(3 UNITS OR MORE) 


MEW CONSTRUCTION, 
ANNEXATION @R 
DEMOLITION 


CUAJ2.T 7 


COST ©EPYIOKIS 


X 80% x c P I 

H 11@% X C P 1 

ELSANDTATION PESICE INDEX: 

+ FUEL + G P I 
ADJUSTMENTS 

HE i©% ANNUAL INCREASE 



CHAJZT 


e> 





ASSUMPTIONS 



FUEL 

C.P.I. 

LABOR 

YEAR-2 

4.2 

7.0 

5.736 

. YEAR-3 

3.1 

7.5 

5.736 

YEAR — 4 

7.8 

8.0 

5.736 

YEAR-5 

9.1 

9.0 

5.736 

YEAR-6 

10.1 

8.5 

5.736 


PROPOSITION TT 
6500 MULTI-FAMILY UNITS 

PROPOSITION HE 
600 ANNEXATION UNITS YEARLY 


cmaej >=> 



BASI BUDS 


PROP. I 
IT 


S € A EISA 

COST OPT. # 1 COST OPT. # < 

$ l r 8OO J 938j0O $ 1*8@3,7@S.©( 

$ 2.83 $ 2.69 

$3.©9 $2.99 


cm^ct i o 






ZONE 1 - CITY WIDE: PROJECTED COSTS, 6 YEARS 





NSA 

SCA 

COST 

OPTION 

I 

15,037,890 

14,583,354 

COST 

OPTION 

n 

15,022,898 

15,329,266 

COST 

OPTION 

is: 

14,600,581 

18,890,010 

COST 

OPTION 

¥ 

14,980,474 

15,871,442 


cwwzrr 11 



GARBAGE BID EVALUATION 


(Summary of Esids) 


The followins are the total projected costs for each 
contractor for each Zone and Cost Option* 



Ind* Waste 

Nat* Serv* 

SCA Serv* 

Theta 

ZONE 1: 

Opt* 1 

20,522,"}"}"}. 

15,037,890* 

1"}, 533,35"}/. 

? 16,373,026 

Opt* 2 

20,503,109* 

15,022,898* 

15,329,266. 

17,373,222 

Opt* "} 

19,T39,377 * 

1"}, 60 0,581i 

18,890,010. 

16, *171,361 

Opt * 5 

20,663,255* 

1"}, 980, "17"}. 

15,871,"} "12* 

18,0"}3,338 

ZONE 2 X 

Opt* 1 

6,756,5-17 ♦ 

5,286,595* 

"},935,532i 

i -o- 

Opt. 2 

6»7"}3,"}33* 

5,292,578. 

5,232, 2"} 22 

-0- 

Opt. "} 

6,398,26"}* 

5,336,780. 

6,399,5T3 * 

-0- 

Opt» 5 

6,802,520* 

5,336,780. 

5, "}23»3T7» 

-o- 

ZONE 3J 

Opt* 1 

6,828,293. 

"} ,316 ,151 * 

"},3"}1,980 * 

-0- 

Opt. 2 

6,820,021. 

"},318,239* 

"},563,996* 

-0- 

Opt. "} 

6,"166,180 ♦ 

"},196,759 2 | 

! 5,561,88"}. 

-o- 

Opt* 5 

6,87"}, 655» 

"},353,08"}* ' 

"},721,878. 

-0- 

ZONE "u 
Opt* 1 

7,226,278* 

5,777,205* 

5,"}70,7032 

7 -o- 

Opt. 2 

7,217,132. 

5,771,678. 

5,759,816. 

-0- 

Opt* "} 

6,8"}2,919» 

5,612,863; 

7,0"}1,"}93. 

-0- 

Opt ♦ 5 

7,27"}, 799* 

5,811,75?. 

5,96"},102. 

-0- 




Bid Evaluation* Prop £1 Zone No* 1 PaGe 1 

Ind Waste Nat* Serv SCA Serv* Theta Serv 


PROP, 
Zone 
Opt* 

► *1 

No* 1 

1 

2598200 

1868570 

1800938 

2010756 

Dpt* 

2 

2445800 

1758850 

1777625 

2010756 

Opt* 

3 

3860000 

2284500 

2203089 

2010756 

Opt* 

4 

2445800 

1803785 

2313827 

2010756 

Opt* 

5 

2372600 

1685999 

1771797 

2010756 


ZONE 41 









PROP-41 









OPTION 41 



* 






First Yr 

2598200 

1868570 

1800938 

2010756 

COST ADJ. 

NO* 

1 


Secnd Yr 

2743699.2 

1973209.9 

1901790.5 

2123358.3 





Third Yr 

2908321*2 

2091602.5 

2015898.0 

2250759.8 

Secnd Yr 



♦ 05d 

Forth Yr 

3094453*7 

2225465.1 

2144915.4 

2394808.5 

Third Yr 



.0 i 

Fifth Yr 

3317254.4 

2385698.6 

2299349.3 

2567234.7 

Forth Yr 



.06" 

Sixth Yr 

3542827*7 

2547926.1 

2455705.1 

2741806.6 

Fifth Yr 



♦ 071 

TOTAL COST 

18204756. 

13092472. 

12618596. 

14088724* 

Sixth Yr 



*06£ 

PROP 41 





COST ADJ* 

NO. 

2 


OPTION 42 









First Yr 

2445800 

1758850 

1777625 

2010756 

Secnd Yr 



♦ 077 

Secnd Yr 

2634126.6 

1894281.5 

1914502.1 

2165584*2 

Third Yr 



0825 

Third Yr 

2851442*0 

2050559.7 

2072448.6 

2344244*9 

Forth Yr 



♦ OSS 

Forth Yr 

3102368*9 

2231008.9 

2254824.0 

2550538*5 

Fifth Yr 



.099 

Fifth Yr 

3409503*5 

2451878.8 

2478051.6 

2803041.8 

Sixth Yr 



0935 

Sixth Yr 

3728292*0 

2681129.5 

2709749.4 

3065126.2 - 





TOTAL COST 

18171533* 

13067708. 

13207201. 

14939292. 

COST ADJ* 

NO* 

4 


PROP 41 





Secnd Yr 


.061144 

OPTION #4 





Third Yr 


.061044 

First Yr 

2445800 

1803785 

2313827 

2010756 

Forth Yr 


.066744 

Secnd Yr 

2595346*0 

1914075*6 

2455303.6 

2133701.7 

Fifth Yr 


.070046 

Third Yr 

2753776.3 

2030918*5 

2605185.2 

2263951*3 

Sixth Yr 


.070044 

Forth Yr 

2937574*3 

2166470.1 

2779065.7 

2415056.5 





Fifth Yr 

3143333*8 

2318218*3 

2973722.5 

2584216.7 

COST ADJ. 

NO. 

5 


Sixth Yr 

3363505*5 

2480595*6 

3182014.0 

2765225.6 





TOTAL COST 

17239336. 

12714063. 

16309118. 

14172908. 

Each Year 


•v: 

♦ 1 

PROP 41 









OPTION 45 









First Yr 

2372600 

1685999 

1771797 

2010756 





Secnd Yr 

2609860 

1854598.9 

1948976.7 

2211831.6 





Third Yr 

2870846 

2040058.8 

2143874.4 

2433014.8 





Forth Yr 

3157930*6 

2244064.7 

2358261.8 

2676316.2 





Fifth Yr 

3473723*7 

2468471.1 

2594088.0 

2943947.9 





Sixth Yr 

3821096*0 

2715318.2 

2853496.8 

3238342.6 





TOTAL COST 

18306056. 

13008511. 

13670495. 

15514209. 














Bid 

Evaluation! 

i Prop *2 

Zone No* 1 

Pace 2 


Ind 

Waste Nat* 

Serv SCA Serv* 

Theta Serv 


PROP ZZ 


Zone 

No. 1 





Dpt. 

1 

3.17 

2.79 

2.83 

3.35 

Opt* 

2 

2.99 

2.63 

2.89 

3.35 

Dpt. 

3 

4.71 

3 ♦ 44 

3.52 

3.35 

Opt. 

4 

2.99 

2.69 

3.71 

3.35 

Dpt. 

5 

2.9 

2.55 

2.88 

3.35 

ZONE 

#1 





PROP 

ZZ 






OPTION 4-1 



- 






First Yr 

247260 

217620 

220740 

261300 

COST ADJ. 

NO. 1 


Secnd Yr 

261106.56 

229806.72 

233101.44 

275932.8 





Third Yr 

276772.95 

243595.12 

247087.53 

292488.77 

Secnd 

Yr 


• 0 

Forth Yr 

294486.42 

259185.21 

262901.13 

311208.05 

Third 

Yr 


* 

Fifth Yr 

315689.45 

277846.55 

281830.01 

333615.03 

Forth 

Yr 


.0 

Sixth Yr 

337156.33 

296740.11 

300994.45 

35630 0.85 

Fifth 

Yr 


»o: 

TOTAL COST 

1732471.7 

1524793.7 

1546654.6 

1830845.5 

Sixth 

Yr 


.0, 

PROP Z 2 





COST ADJ. 

NO. 2 


OPTION Z2 









First Yr 

233220 

205140 

225420 

261300 

Secnd 

Yr 


.0; 

Secnd Yr 

251177.94 

220935.78 

242777.34 

281420.1 

Third 

Yr 

* 

os; 

Third Yr 

271900.12 

239162.98 

262806.47 

304637.26 

Forth 

Yr 


.Of 

Forth Yr 

295827.33 

260209.32 

285933.44 

331445.34 

Fifth 

Yr 


.o< 

Fifth Yr 

325114.24 

285970.05 

314240.85 

364258.43 

Sixth 

Yr 

♦ 

09: 

Sixth Yr 

355512.42 

312708.25 

343622.37 

398316.59 - 





TOTAL COST 

1732752.0 

1524126.4 

1674800.5 

1941377.7 

COST ADJ. 

NO. 4 


PROP ZZ 





Secnd 

Yr 

• 06114 

OPTION 3=4 





Third 

Yr 

* 0 610 4 

First Yr 

233220 

209820 

289380 

261300 

Forth 

Yr 

.06674 

Secnd Yr 

247480.00 

222649.23 

307073.85 

277276.93 

Fifth 

Yr 

♦07004 

Third Yr 

262587.17 

236240.63 

325818.87 

294203.02 

Sixth 

Yr 

.07004 

Forth Yr 

280113.29 

252008.28 

347565.32 

313839.31 





Fifth Yr 

299734.11 

269660.45 

371910.88 

335822.49 

COST ADJ. 

NO. 5 


Sixth Yr 

320728.68 

288548.55 

397961.01 

359344.85 




— 

TOTAL COST 

1643863.3 

1478927.1 

2039709.9 

1841786.6 

Each Year 

. 

* 

PROP #2 









OPTION Z 5 









First Yr 

226200 

198900 

224640 

261300 





Secnd Yr 

248820 

218790 

247104 

287430 





Third Yr 

273702 

240669 

271814.4 

316173 





Forth Yr 

301072.2 

264735.9 

298995.84 

347790.3 





Fifth Yr 

331179.42 

291209.49 

328895.42 

382569.33 





Sixth Yr 

364297.36 

320330.44 

361784.97 

420826.26 





TOTAL COST 

1745271.0 

1534634.8 

1733234.6 

2016088.9 












Prop *3 Zone No* 1 


Pose 3 


E:id Evaluation* 


Ind Waste Nat* Serv SCA Serv* Theta Serv 


PROP #3 

Zone No* 1 
Opt, 1 

Dpt* 2' 

Opt, 3 

Opt* 4 

Opt* 5 

4*33 

4.08 

6.62 

4.08 

3*96 

3*11 

2.93 

3.83 
2*99 

2.84 

3.09 

3*05 

3*78 

3*97 

3.04 

3*35 

3*35 

3.35 

3.35 

3.35 

ZONE *1 





PROP #3 





OPTION $1 






First Yr 

0 

0 

0 

0 

COST ADJ. 

NO* 1 

Secnd Yr 

32904 

23616 

23472 

25488 



Third Yr 

69696 

50112 

49824 

54000 

Secnd Yr 

.0= 

Forth Yr 

111240 

79920 

79488 

86184 

Third Yr 

.0 

Fifth Yr 

158976 

114336 

113760 

123264 

Forth Yr 

.06 

Sixth Yr 

212400 

152640 

151560 

164520 ” 

Fifth Yr 

♦ 07 

TOTAL COST 

585216 

420624 

418104 

453456 

Sixth Yr 

.06 

PROP =0=3 





COST ADJ. 

NO, 2 

OPTION #2 







First Yr 

0 

0 

0 

0 

Secnd Yr 

.07 

Secnd Yr 

31608 

22752 

23616 

25992 

Third Yr 

.082 

Third Yr 

68400 

49248 

51120 

56304 

Forth Yr 

.08 

Forth Yr 

111672 

80352 

83376 

91800 

Fifth Yr 

♦ 09 

Fifth Yr 

1635ST 

117792 

122112 

134496 

Sixth Yr 

♦ 093 

Sixth Yr 

223560 

160920 

167040 

183960 - 



TOTAL COST 

598824 

431064 

447264 

492552 

COST ADJ. 

NO. 4 

PROP 23 





Secnd Yr 

.06114' 

OPTION *4 





Third Yr 

.06104' 

First Yr 

0 

0 

0 

0 - 

Forth Yr 

.06674" 

Secnd Yr 

31172.166 

22844*308 

30331.740 

25594.793 

Fifth Yr 

.07004* 

Third Yr 

66150.079 

48477.629 

64366.619 

54314.402 

Sixth Yr 

♦07004" 

Forth Yr 

105847.80 

77569.829 

102994.06 

86909.343 



Fifth Yr 

151016.02 

110671.05 

146944.50 

123995*99 

COST ADJ. 

NO. 5 

Sixth Yr 

201992.23 

148028.61 

196546.35 

165851.46 



TOTAL COST 

556178*29 

407591.43 

541183.26 

456665.99 

Each Year 

. .3 

PROP 43 







OPTION 45 







First Yr 

0 

0 

0 

0 



Secnd Yr 

31392 

22464 

24048 

26568 



Third Yr 

69120 

49392 

52848 

58464 



Forth Yr 

114048 

81432 

87264 

96552 



Fifth Yr 

167328 

119520 

127872 

141696 



Sixth Yr 

230040 

. 164520 

175680 

194760 



TOTAL COST 

611928 

437328 

467712 

518040 













Bid Evaluation 


Prop #1 


Zone No* 2 


Pace 4 


Ind Waste Nat* Serv SCA Serv. Theta Berv 


PROP* 5=1 

Zone No* 2 
Opt. 1 

878500 

680781 

637775 

0 

Opt. 2 

826900 

642360 

629828 

0 

Dpt. 3 

1297800 

830812 

774367 

0 

Opt* 4 

826900 

658355 

812617 

0 

Opt* 5 

802300 

623585 

627841 

0 

ZONE 42 

PROP 41 

OPTION 41 


First Yr 

878500 

680781 

637775 

0 

COST ADJ. 

NO. 

1 

Secrid Yr 

927696 

718904.74 

673490.4 

0 





Third Yr 

983357*76 

762039.02 

713899.82 . 

0 

Secnd 

Yr 


.0 

Forth Yr 

1046292.7 

810809.52 

759589.41 

0 

Third 

Yr 


. 

Fifth Yr 

1121625.7 

869187.80 

814279.85 

0 

Forth 

Yr 


.0 

Sixth Yr 

1197896*3 

928292.57 

869650.88 

0- ' 

Fifth 

Yr 


.0 

TOTAL COST 

6155368♦4 

4770014.6 

4468685.4 

0 

Sixth 

Yr 


.0 

PROP 41 





COST ADJ. 

NO. 

2 

OPTION 42 









First Yr 

826900 

642360 

629828 

0 

Secnd 

Yr 


.0 

Secnd Yr 

890571.3 

691821.72 

678324.76 

0 

Third 

Yr 


. 0 £ 

Third Yr 

964043.43 

748897.01 

734286.55 

0 

Forth 

Yr 


.C 

Forth Yr 

1048879.3 

814799.95 

798903.76 

0 

Fifth 

Yr 


.0 

Fifth Yr 

1152718.3 

895465.14 

877995.24 

0 

Sixth 

Yr 


* 09 

Sixth Yr 

1260497*5 

979191.13 

960087.79 

0 - 





TOTAL COST 

6143609.7 

4772535*0 

4679426*1. 

0 

COST ADJ. 

NO. 

4 

PROP 41 





Secnd 

Yr 


.0611 

OPTION #4 





Third 

Yr 


»061C 

First Yr 

826900 

658355 

812617 

0 

Forth 

Yr 


.0667 

Secnd Yr 

877459.97 

698609.46 

862303.65 

0 

Fifth 

Yr 


♦ 070 C 

Third Yr 

931023*64 

741255.37 

914942.12 

0 

Sixth 

Yr 


. 070 [ 

Forth Yr 

993163.88 

790729.72 

976009.01 

0 





Fifth Yr 

1062729.1 

846115.60 

1044372*6 

0 

COST ADJ. 

NO. 

5 

Sixth Yr 

1137166.8 

905380.92 

1117524.6 

0 





TOTAL COST 

582S443.4 

4640446.1 

5727769.0 

0 

Each Year 



PROP 41 









OPTION 45 









First Yr 

802300 

623585 

627841 

0 





Secnd Yr 

882530 

685943.5 

690625.1 

0 





Third Yr 

970783 

754537.85 

759687.61 

0 





Forth Yr 

1067861.3 

829991.64 

835656.37 

0 





Fifth Yr 

1174647.4 

912990.80 

919222.01 

0 





Sixth Yr 

1292112.2 

1004289.9 

1011144.2 

0 





TOTAL COST 

6190233*9. 

4811338.7 

4844176.3 

0 
















Prop £2 Zone No. 2 


PsGeS 


ojlu tx iuatioril 
Ind Waste Nst. Serv SCA Serv. Thets Ser 


PROP *2 
Zone No* 2 
Opt* i 

Dpt* 2 

Opt* 3 

Opt* 4 

Opt. 5 

3*22 

3*03 

4.76 

3.03 

2.94 

2*93 

2.76 

3.61 

2.82 

2*68 

2*95 

3.01 

3*64 

3*83 

3 

0 

0 

0 

0 

0 




ZONE 42 








PROP 42 








OPTION 41 








First Yr 

57960 

52740 

53100 

0 

COST ADJ. 

NO. 

1 

Secnd Yr 

61205*76 

55693.44 

56073*6 

0 




Third Yr 

64878.106 

59035*046 

59438.016 

0 

Secnd Yr 


.05 

Forth Yr 

69030*304 

62813*289 

63242.049 

0 

Third Yr 


*0 

Fifth Yr 

74000*486 

67335.846 

67795*477 

0 

Forth Yr 


.06 

Sixth Yr 

79032.519 

71914*684 

72405.569 

0 - 

Fifth Yr 


.07 

TOTAL COST 

406107*18 

369532.31 

372054.71 

0 * 

Sixth Yr 


♦ 06 

PROP #2 





COST ADJ. 

NO. 

2 

OPTION 42 








First Yr 

54540 

49680 

54180 

0 

Secnd Yr 


.07! 

Secnd Yr 

58739.58 

53505*36 

58351.86 

0 

Third Yr 


♦ 082: 

Third Yr 

63585.595 

57919*552 

63165.888 

0 

Forth Yr 


*08i 

Forth Yr 

69181*128 

63016*473 

68724.487 

0 

Fifth Yr 


.09' 

Fifth Yr 

76030*059 

69255.104 

75528.211 

0 

Sixth Yr 


.093! 

Sixth Yr 

83138*870 

75730.456 

82590.099 

0 




TOTAL COST 

405215*23 

369106.94 

402540.54 

0 

COST ADJ. 

NO. 

4 

PROP 42 





Secnd Yr 


.06114' 

OPTION *4 





Third Yr 


♦ 06104' 

First Yr 

54540 

50760 

68940 

0 

Forth Yr 


.06674' 

Secnd Yr 

57874.794 

53863.669 

73155.267 

0 

Fifth Yr 


♦ 070 04<: 

Third Yr 

61407*703 

57151.723 

77620.958 

0 

Sixth Yr 


.07004' 

Forth Yr 

65506.298 

60966*258 

82801.691 ' 

0 




Fifth Yr 

70094.753 

65236.700 

88601.618 

0 

COST ADJ. 

NO. 

5 

Sixth Yr 

75004*469 

69806.140 

94807.630 

0 




TOTAL COST 

384428.02 

357784*49 

485927.16 

0 

Esch Year 


.3 

PROP 42 








OPTION 45 








First Yr 

52920 

48240 

54000 

0 




Secnd Yr 

58212 

53064 

59400 

0 




Third Yr 

64033.2 

58370.4 

65340 

0 




Forth Yr 

70436*52 

64207.44 

71874 

0 




Fifth Yr 

77480*172 

70628.184 

79061.4 

0 




Sixth Yr 

85228*189 

77691*002 

86967.54 

0 




TOTAL COST 

408310.08 

372201*03 

416642.94 

0 

















Bid Evaluation! 

Prop 43 Zone 

No. 2 


F'aee 6 


Ind Waste i 

Nat. Serv 

SCA Serv. Theta 

Serv 




PROP *3 








Zone No* 2 








Opt. 1 

4.33 

3.26 

3.21 

0 




Opt. 2 

4.08 

3.08 

3.17 

0 




Opt. 3 

6.4 

4.02 

3.9 

0 




Opt. 4 

4.08 

3.14 

4.09 

0 




Opt. 5 

3.96 

2.98 

3.16 

0 




ZONE *2 








PROP 4=3 








OPTION 41 








First Yr 

0 

0 

0 

0 

COST ADJ» 

NO 

. 1 

Secrid Yr 

10968 

8256 

8136 

0 




Third Yr 

23232 

17520 

17232 

0 

Secnd Yr 


.056 

Forth Yr 

37080 

27936 

27504 

0 

Third Yr 


.06 

Fifth Yr 

52992 

39936 

39360 

0 

Forth Yr 


♦ 064 

Sixth Yr 

70800 

53400 

52560 

0 

Fifth Yr 


.072 

TOTAL COST 

195072 

147048 

144792 

0 

Sixth Yr 


.068 

PROP 43 





COST ADJ. 

NO, 

, 2 

OPTION 42 








First Yr 

0 

,0 

0 

0 

Secnd Yr 


.077 

Secrid Yr 

10536 

7968 

8184 

0 

Third Yr 


.0825 

Third Yr 

22800 

17232 

17760 

0 

Forth Yr 


• 088 

Forth Yr 

37224 

28152 

28944 

0 

Fifth Yr 


♦ 099 

Fifth Yr 

54528 

41184 

42432 

0 

Sixth Yr 


.0935 

Sixth Yr . 

74520 

56400 

57960 

0 




TOTAL COST 

199608 

150936 

155230 

0 

COST ADJ. 

NO < 

► 4 

J’ROP 43 





Secnd Yr 


♦061144 

OPTION 44 





Third Yr 


.061044 

r irst Yr 

0 

0 

0 

0 

Forth Yr 


♦066744 

Secrid Yr 

10390.722 

7996.7810 

10416.189 

0 

Fifth Yr 


.070046 

Third Yr 

22050.026 

16969.873 

22104.070 

0 

Sixth Yr 


. 070044 

: orth Yr 

35282.600 

27153.765 

35369.076 

0 




r ifth Yr 

50338.672 

38741.036 

50462.050 

0 

COST ADJ. 

NO, 

, 5 

Sixth Yr 

67330.742 

51818.266 

67495.766 

0 




'OTAL COST 

185392.76 

142679.72 

185847.15 

0 

Each Year 


.1 

•ROP 43 








IPTION 45 








irst Yr 

0 

0 

0 

0 




iecrid Yr 

10464 

7872 

8352 

0 




bird Yr 

23040 

17328 

18336 

0 




orth Yr 

38016 

28584 

30312 

0 




ifth Yr 

55776 

41856 

44448 

0 




ixth Yr 

76680 

5760 0 

61080 

0 




OTAL COST 

203976 

153240 

162528 

0 

















A-DI It? |\0» Ci 


Ps6e 7 


Ind Waste Nat. Serv SCA Serv. Theta Serv 


PROP * *1 
Zone No* 
Opt. 1 
Opt. 2 
Opt* 3 
Opt. 9 
Opt. 5 


878500 

826900 

1297800 

826900 

802300 


592553 

511597 

669056 

529536 

996908 


592613 

537168 

655128 

689608 

53535-9 


0 

0 

0 

0 

0 


ZONE #3 
PROP *1 
OPTION £1 

First Yr 878500 5-92553 5-92613 0 

Secnd Yr 927696 572935.97 572999.33 0 

Third Yr 983357.76 607312.13 607379.29 0 

Forth Yr 10-96292.7 6-96180.10 696251.56 0 

Fifth Yr 1121625.7 692705.07 692781.67 0 

Sixth Yr 1197896.3 739809.01 739890.83 0 : 

TOTAL COST 6155368.9 3801995.3 3801915.7 0 

PROP =51 
OPTION $2 

First Yr 826900 511597 537168 0 

Secnd Yr 890571.3 550989.97 578529.99 0 

Third Yr 969093.93 596996.69 626258.66 0 

Forth Yr 1098879.3 698933.95 681369.92 0 

Fifth Yr 1152718.3 713178.91 798829.99 0 

Sixth Yr 1260997.5 779860.59 818890.13 0 

TOTAL COST 6193609.7 3801006.6 3990991.1 0 


PROP *1 
OPTION *9 
First Yr 
Secnd Yr 
Third Yr 
Forth Yr 
Fifth Yr 
Sixth Yr 
TOTAL COS' 


826900 

877959.97 

931023.69 

993163.88 

1062729.1 

1137166.8 

5328993.9 


529536 

556608.23 

590535.82 

630003.88 

679131.87 

721350.77 

3697216.6 


689608 

731773.39 

776993.77 

828266.73 

886281.89 

998360.57 

9860739.3 


0 

0 

0 

0 

0 

0 

0 


PROP #1 
OPTION #5 

First Yr 802300 996908 535359 0 
Secnd Yr 882530 596098.8 588889.9 0 
Third Yr 970783 600653.68 697778.39 0 
Forth Yr 1067861.3 660719.05 712556.17 0 
Fifth Yr 1179697.9 726790.95 783811.79 0 
Sixth Yr 1292112.2 799970.05 862192.97 0 
TOTAL COST 6190233.9 3830090.5 9130582.7 0 


COST ADJ. NO. 1 


Secnd 

Yr 

.C 

Third 

Yr 


Forth 

Yr 

.0 

Fifth 

Yr 

.0 

Sixth 

Yr 

.0 

COST ADJ. 

NO. 2 

Secnd 

Yr 

.0 

Third 

Yr 

.08 

Forth 

Yr 

.0 

Fifth 

Yr 

.0 

Sixth 

Yr 

- .09 

COST ADJ. 

NO. 9 

Secnd 

Yr 

.0611 

Third 

Yr 

.0610 

Forth 

Yr 

.0667 

Fifth 

Yr 

.0700- 

Sixth 

Yr 

♦ 0700- 

COST ADJ. 

NO. 5 


Each Year 














Xnd Waste Nat* Serv SCA Serv. Theta Serv 


PROP 

=3=2 





Zone 

No. 3 





Dpt* 

1 

3.22 

2.59 

2.73 

0 

Dpt* 

2 

3.03 

2.44 

2.72 

0 

Dpt * 

3 

4.76 

3.2 

3*35 

0 

Dpt. 

4 

3.03 

2.5 

3.54 

0 

Dpt. 

5 

. 2.94 

2.37 

2.69 

0 

ZONE 

=3=3 





PROP 

=3=2 





DPTION *1 






First- Yr 

68199.6 

54856.2 

57821.4 

0 

COST ADJ* 

NO. 

1 


Seend Yr 

72018.778 

57928.147 

61059.398 

0 






Third Yr 

76339.904 

61403.836 

64722.962 

0 

Seend 

Yr 



.056 

Forth Yr 

81225.658 

65333.682 

68865.232 

0 

Third 

Yr 



.06 

Fifth Yr 

87073.906 

70037.707 

73823.529 

0 

Forth 

Yr 



.064 

Sixth Yr 

92994.931 

74800.271 

78843.529 

0 

Fifth 

Yr 



.072 

TOTAL COST 

477852.78 

384359.84 

405136.05 

0 

Sixth 

Yr 



.068 

PROP =3=2 





COST ADJ. 

NO. 

2 


OPTION #2 










First Yr 

64175.4 

51679*2 

57609.6 

0 

Seend 

Yr 



♦ 077 

Seend Yr 

69116.906 

55658.498 

62045.539 

0 

Third 

Yr 


* 

0825 

Third Yr 

74819.051 

60250.325 

67164.296 

0 

Forth 

Yr 



.088 

Forth Yr 

81403.127 

65552♦353 

73074*754 

0 

Fifth 

Yr 



♦ 099 

Fifth Yr 

89462.037 

72042*036 

80309.155 

0 

Sixth 

Yr 



0935 

Sixth Yr 

97826.737 

78777.966 

87818.061 

0 






TOTAL COST 

476803.26 

383960.38 

428021.41 

0 

COST ADJ. 

NO. 

4 


PROP =3=2 





Seend 

Yr 


♦061144 

DPTION =3=4 





Third 

Yr 


♦061044 

First Yr 

64175.4 

52950 

74977.2 

0 

Forth 

Yr 


♦066744 

Seend Yr 

68099.341 

56187.575 

79561.606 

0 

Fifth 

Yr 


.070046 

Third Yr 

72256.397 

59617.489 

84418,365 

0 

Sixth 

Yr 


.070044 

Forth Yr 

77079.078 

63596.599 

90052.784 

0 






Fifth Yr 

82478.159 

68051.286 

96360.621 

0 

COST ADJ. 

NO. 

5 


Sixth Yr 

88255.259 

72817.870 

103110.10 

0 






TOTAL COST 

452343.63 

373220.82 

528480.68 

0 

Each Year 



- .1 

PROP =3=2 










DPTION $5 










First Yr 

62269.2 

50196.6 

56974.2 

0 






Seend Yr 

68496.12 

55216.26 

62671.62 

0 






Third Yr 

75345.732 

60737.886 

68938.782 

0 






Forth Yr 

82880.305 

66811.675 

75832.660 

0 






Fifth Yr 

91168.336 

73492.842 

83415.926 

0 






Sixth Yr 

100285.17 

80842.126 

91757.519 

0 






TOTAL COST 

480444.86 

387297.39 

439590.71 

0 















Prop =8=3 Zone No* 3 


Pace 9 


Bid Evaluation. 


Ind Waste Nat* Serv SCA Serv* Theta Serv 


ROP =13 
one No* 3 
pt* 1 

4*33 

2.89 

2.99 

0 

pt* 2 

4.08 

2*72 

2.96 

0 

pt* 3 

6.4 

3.56 

3.61 

0 

pt* 4 

4*08 

2.78 

3.8 

0 

pt» 5 

3.96 

2.64 

2.95 

0 

ONE =3=3 

ROP 53 

PTION 51 


irst Yr 

0 

0 

0 

0 

COST ADJ. 

NO. 

1 

ecnd Yr 

10968 

7320 

7584 

0 




bird Yr 

23232 

15504 

16080 

0 

Secnd Yr 


.056 

orth Yr 

37080 

24768 

25632 

0 

Third Yr 


.06 

ifth Yr 

52992 

35424 

36672 

0 

Forth Yr 


.064 

ixth Yr 

70800 

47280 

48960 

0 

Fifth Yr 


.072 

OTAL COST 

195072 

130296 

134928 

0 

Sixth Yr 


.068 

ROP 53 





COST ADJ. 

NO. 

2 

PTION 52 





— -- 



irst Yr 

0 

0 

0 

0 

Secnd Yr 


.077 

ecnd Yr 

10536 

7032 

7656 

0 

Third Yr 


.0825 

hird Yr 

22800 

15216 

16560 

0 

Forth Yr 


.088 

orth Yr 

37224 

24840 

27000 

0 

Fifth Yr 


.099 

ifth Yr 

54528 

36384 

39648 

0 

Sixth Yr 


♦ 0935 

• ixth Yr 

74520 

49800 

54120 

0 




OTAL COST 

199608 

133272 

144984 

0 

COST ADJ. 

NO. 

4 

•ROP 53 





Secnd Yr 


.061144 

iPTION 54 





Third Yr 


♦061044 

irst Yr 

0 

0 

0 

0 

Forth Yr 


.066744 

:ecnd Yr 

10390.722 

7079.9527 

9677.6333 

0 

Fifth Yr 


♦070046 

hird Yr 

22050.026 

15024.282 

20536.789 

0 

Sixth Yr 


♦070044 

orth Yr 

35282.600 

24040.594 

32861.245 

0 




ifth Yr 

50338.672 

34299.388 

46884.058 

0 

COST ADJ. 

NO. 

5 

Sixth Yr 

67330.742 

45877.318 

62710.006 

0 




OTAL COST 

185392.76 

126321.53 

172669.73 

0 

Each Year 


.1 

•ROP 53 




- 




iPTION 55 








irst Yr 

0 

0 

0 

0 




•ecnd Yr 

10464 

6960 

7800 

0 




hird Yr 

• 23040 

15312 

17136 

0 




orth Yr 

38016 

25272 

28296 

0 




ifth Yr 

55776 

37152 

41472 

0 




sixth Yr 

76680 

51000 

57000 

0 




OTAL COST 

203976 

135696 

151704 

0 

















Bid 

c 

Evaluation J 

E Prop 41 

Zone No. 4 

c 

P3G6 10 

*0 

c 

H 

Waste Nat* 

Serv SCA Serv. 

Theta Serv 



PROP* 41 
Zone No* 4 
Opt* 1 

878500 

686056 

646510 

0 

Opt* 2 

826900 

645746 

638404 

0 

Opt* 3 

1297800 

843468 

788373 

0 

Opt. 4 

826900 

662526 

824858 

0 

Opt* 5 

802300 

626046 

636377 

0 

ZONE *4 

PROP 41 

OPTION 41 


First Yr 

878500 

686056 

646510 

0 


COST ADJ. 

NO. 

1 

Secnd Yr 

927696 

724475*14 

682714.56 

0 





Third Yr 

983357.76 

767943.64 

723677.43 

0 


Secnd Yr 


♦ 056 

Forth Yr 

1046292.7 

817092.04 

769992.79 

0 


Third Yr 


.06 

Fifth Yr 

1121625.7 

875922.66 

825432*27 

0 


Forth Yr 


.064 

Sixth Yr 

1197896.3 

935485.41 

881561*66 

0 


Fifth Yr 


♦ 072 

TOTAL COST 

6155368*4 

4806974*9 

4529888.7 

0 


Sixth Yr 


.068 

PROP 41 






COST ADJ* 

NO. 

2 

OPTION 42 









First Yr 

826900 

645746 

638404 

0 


Secnd Yr 


♦ 077 

Secnd Yr 

890571*3 

695468*44 

687561*11 

0 


Third Yr 


♦ 0825 

Third Yr 

964043*43 

752844*59 

744284.90 

0 


Forth Yr 


.088 

Forth Yr 

1043879*3 

819094*91 

809781.97 

0 


Fifth Yr 


.099 

fifth Yr 

1152718*3 

900185*31 

889950.39 

0 


Sixth Yr 


♦ 0935 

Sixth Yr 

1260497.5 

934352.63 

973160.75 

0 





TOTAL COST 

6143609.7 

4797691.9 

4743143*1 

0 


COST ADJ. 

NO* 

4 

PROP 41 






Secnd Yr 


♦061144 

OPTION 44 






Third Yr 


♦061044 

First Yr 

826900 

662526 

824858 

0 


Forth Yr 


.066744 

Secnd Yr 

877459*97 

703035.49 

875293*12 

0 


Fifth Yr 


♦070046 

Third Yr 

931023*64 

745951.59 

928724*51 

0 


Sixth Yr 


.070044 

Forth Yr 

993163*88 

795739*38 

990711*30 

0 





Fifth Yr 

1062729*1 

851476.15 

1060104.7 

0 


COST ADJ. 

NO* 

5 

Sixth Yr 

1137166*8 

911116*95 

1134353.7 

0 





TOTAL COST 

5828443.4 

4669845.6 

5814050.3 

0 


Each Year 


■ .1 

PROP 41 




■* 





DPTION 45 









First Yr 

802300 

626046 

636377 

0 





Secnd Yr 

882530 

688650*6 

700014.7 

0 





Third Yr 

970783 

757515.66 

770016.17 

0 





r orth Yr 

1067861.3 

833267*23 

847017.79 

0 





r ifth Yr 

1174647.4 

916593*95 

931719.57 

0 





Sixth Yr 

1292112*2 

1008253.3 

1024891*5 

0 





TOTAL COST 

6190233.9 

4830326.8 

4910036.7 

0 













Pro?* #2 


Zone No. 4 


PeGe 11 


Bid Evaluation* 


Xnd Waste Wat* Serv SCA Serv. Theta Serv 


PROP #2 
Zone No.4 


Opt. 

1 

3*22 

3.01 

2.93 

0 

Opt * 

2 

3.03 

2.84 

2.99 

0 

Opt. 

3 

4.76 

3.72 

3.62 

0 

Dpt ♦ 

4 

3*03 

2.91 

3.81 

0 

Opt * 

5 

2.94 

2.75 

2.98 

0 


ZONE £4 
PROP *2 
OPTION #1 
First Yr 
Becnd Yr 
Third Yr 
Forth Yr 
Fifth Yr 
Sixth Yr 
TOTAL COST 

PROP *2 
OPTION *2 
First Yr 
Secnd Yr 
Third Yr 
Forth Yr 
Fifth Yr 
Sixth Yr 
TOTAL COST 

PROP #2 
OPTION 
First Yr 
Secnd Yr 
Third Yr 
Forth Yr 
Fifth Yr 
Sixth Yr 
TOTAL COST 

PROP #2 
OPTION £5 
First Yr 
Becnd Yr 
Third Yr 
Forth Yr 
Fifth Yr 
Sixth Yr 
TOTAL COST 


1250 0 0 .4 116848.2 
132000.42 123391*70 
139920*45 130795*20 
148875*36 139166*09 
159594*38 149186*05 
170446.80 159330.70 
875837*81 818717.95 


117624.6 110248.8 
126681*69 118737.96 
137132.93 128533 *'84 
149200.63 139844.82 
163971*49 153689.45 
179302*83 163059*42 
873914*18 819114*29 


117624.6 112966.2 
124816.64 119873*41 
132435*95 127190*96 
141275*25 135680.19 
151171*02 145184.05 
161759*64 155353.32 
829083.09 796248*12 


114130.8 106755 
125543*88 117430.5 
138098*27 129173.55 
151908*09 142090*91 
167098.90 156300*00 
183808.79 171930.00 
880588*74 823679.95 


113742.6 

0 

COST ADJ. 

NO, 

► 1 

120112.19 

0 



— 

127318.92 

0 

Secnd Yr 


♦ 056 

135467.33 

0 

Third Yr 


.06 

145220.97 

0 

Forth Yr 


.064 

155096.00 

0 

Fifth Yr 


.072 

796953.01 

0 

Sixth Yr 


.068 



COST ADJ. 

NO, 

> 2 

116071.8 

0 

Secnd Yr 


♦ 077 

125009.33 

0 

Third Yr 


.0825 

135322.60 

0 

Forth Yr 


.088 

147230.99 

0 

Fifth Yr 


♦ 099 

161806.85 

0 

Sixth Yr 


♦ 0935 

176935.80 

0 




862377.36 

0 

COST ADJ. 

NO, 

. 4 



Secnd Yr 


.061144 



Third Yr 


♦061044 

147904.2 

0 

Forth Yr 


.066744 

156947.65 

0 

Fifth Yr 


♦070046 

166528*37 

0 

Sixth Yr 


♦070044 

177643.14 

0 




190086.33 

0 

COST ADJ. 

NO. 

5 

203400.73 

0 




1042510.4 

0 

Each Year 


. .1 

115683.6 

0 




127251.96 

0 




139977.16 

0 




153974.87 

0 




169372.36 

0 




186309.59 

0 




892569.54 

0 

















Bid Evaluation 


Prop #3 Zone No. 1 


Pace 12 


Ind Waste Nat. Serv SCA Serv. Theta Serv 


PROP *3 
Zone No* 1 


Opt. 1 

Opt. 2 

Opt. 3 

Opt. 1 

Dpt. 5 

4.33 

4.08 

6.1 

1.08 

3.96 

3.36 

3.16 

1.11 

3.23 

3.07 

3.19 

3.15 

3.89 

1.07 

3.11 

0 

0 

0 

0 

0 

ZONE $1 
PROP 43 
OPTION 41 
First Yr 

0 

0 

0 

0 

Secnd Yr 

10968 

8520 

8088 

0 

Third Yr 

23232 

18018 

17136 

0 

Forth Yr 

37080 

28800 

27360 

0 

Fifth Yr 

52992 

11181 

39072 

0 

Sixth Yr 

70800 

51960 

5220 0 

0 

TOTAL COST 

195072 

151512 

113856 

0 

PROP 43 
OPTION #2 
First Yr 

0 

0 

0 

0 

Secnd Yr 

10536 

8160 

8136 

0 

Third Yr 

22800 

17661 

17616 

0 

Forth Yr 

3722-1 

28872 

2880 0 

0 

Fifth Yr 

51528 

12336 

12111 

0 

Sixth Yr 

71520 

57810 

57600 

0 

TOTAL COST 

199608 

151872 

151296 

0 

PROP 43 
DPTIQN #1 
First Yr 

0 

0 

0 

0 

Secnd Yr 

10390.722 

8225.9882 

10365.251 

0 

Third Yr 

22050.026 

17156.271 

21995.982 

0 

Forth Yr 

35282.600 

27932.058 

35196.122 

0 

Fifth Yr 

50338.672 

39851.119 

50215.292 

0 

Sixth Yr 

67330.712 

53303.501 

67165.715 

0 

TOTAL COST 

185392.76 

116769.27 

181938.37 

0 

PROP *3 
OPTION *5 
First Yr 

0 

0 

0 

0 

Secnd Yr 

10161 

8112 

8280 

0 

Third Yr 

23010 

17808 

18210 

0 

Forth Yr 

38016 

29118 

30096 

0 

Fifth Yr 

55776 

■ 13101 

11160 

0 

Sixth Yr 

76680 

59280 

60720 

0 

TOTAL COST 

203976 

157752 

161196 

0 


COST ADJ. NO. 1 


Secnd Yr 


.056 

Third Yr 


.06 

Forth Yr 


.061 

Fifth Yr 


♦ 072 

Sixth Yr 


.068 

COST ADJ. 

NO. 

2 

Secnd Yr 


.077' 

Third Yr 


.0825 

Forth Yr 


.088 

Fifth Yr 


.099 

Sixth Yr 


.0935 

COST ADJ. 

NO. 

1 

Secnd Yr 


♦061111 

Third Yr 


♦061011 

Forth Yr 


.066711 

Fifth Yr 


.070016 

Sixth Yr 


♦070011 

COST ADJ. 

NO. 

5 


Each Year .1 










PLAN AND EQUIPMENT QUESTIONNAIRE ■% 

The signatory of this questionnaire guarantees the truth and accuracy of all statements and of all answers 
to interrogatories hereinafter made. 

1. In what manner have you inspected this proposed work? Explain in detail. 

Representatives of SCA Servicesof Indiana, Inc.have stu d ied t h e bid specificati ons. 

analyzed the scope and nature of the work to be performed to include ca pital 

expenditure, labor expense, volume of mate rials gene rat ed and di sposal requirement s 
necessary to meet state regulations. ____ 


2. Explain your plan or layout for performing the proposed 

sophisticated, up to date radio equipped equipment to service the Fort Wayne, Indiana 

contract. New 31 cubic yard Hi-Density Rear Load Packers mounted on new MR Mack _ 

chassis along with adequate managementjand oper at ion personn el will achieve a good 

_ service balance throughout the city and schedule service days so that apporximately 

1/5 of the city wiil be serviced daily, Monday thru Friday, on a regular basis. 

Satillite vehicles will collect from sto rage locat ions and driver will empty into 

31 cubic yard rear ioader. When full, trucks will be driven to the Ada ms Cen ter 

Sanitary" Lmadfill"'where contents wiTi tTe discharged. A landfill compactor will ^ 

then be driven over solid waste to compact solid waste completely. Daily and final 
"coverwi11 be applied as required by State Law. _ 


3. The work, if awarded to you, will have the personal supervision of whom?- 

_ Mr. Barry C. Pruitt of S CA Se rvices of In-dlanaJ..Inc.^_r.e.D.ctr.tiiX£...dir:ec.tLy-.Jto- 

Robert E. Settlemire, President o f S CA Services of Indiana, In c._ _ 

*4. Do you intend to do the hauling on the proposed work with your own forces?-Xe.s.-- 

If so, give amount and type of equipment to be used.Aeven..l7J_ new.^ck.M.w/.31..yard..Le.ac.h..Packers, 
21 new Cushman Refuse vehic les ._•_ 


*5. If you intend to sublet the hauling or perform it through an agent, state amount of sub-contract or agent'B 
contract, and if known, the name and address of sub-contractor or agent, amount and type of his equipment and 

financial responsibility_H/A- 

_We will u s e no su bcont ractor s.___ 


Items 4, 6, 6 and 7 may not be applicable in all building contracts; if not, omit. 













































































































PLAN AND EQUIPMENT QUESTIONNAIRE 


The signatory of this questionnaire guarantees the truth and accuracy of all statements and of all answers 
to interrogatories hereinafter made. 



1. In what manner have you inspected this proposed work? Explain in detail. 

National Serv-All has_ been doing the proposed work in Fort Wayne since 
and we have the..mQ.5.t..e?<:p,eri..e.rig.e.o.£aD.Y o f Ab.e„PJ10PQS.ed.Mdde r5...on th? s 

—in-the-C-i-ty—of— Eor.t-Uayne. r —l-ndlacva^---- 



January 1, 1 966 
typ.e af uar.k 


2. Explain your plan or layout for performing the proposed work...We ..prop ose, to use 17 trucks for the 
work in Fort Wayne, Indiana for thesix (6) ye ar co ntract. Ea ch truck will be radio 

equipped to not only talk to the off i ce, b u t a ls o to_ta lk _t o each other. We prop ose 

.to...use...JL.oubic—yarjd-LIg.h-o.oropactn.oa-bodi-es-Lo-g.iAie—t&taJ—ser-vio-e—a±-ea&h_hoa&e_e*ch 

week. We w i ll not have to.send out any smaller truc k s o r any other auxiliary equip ment 

i.Q...p.t.c.k.up...tb.e..h.ulky...g.o.Qd.s_as._Lha...tygie...Qf_e. 4 U.i^ra.en.t...tha.t_.we„-pr.Qptis£L.JbQ.jLis£LJwIlJ_jcQjJLect 
totally from each household any and al 1 mateMal_which jieeds to_be collected under the 

co ntra ct specificati ons . '■ lEach truck will be diese l powered for maximum economy , 

wLl.L„ha.v.e..jmid„and-&now-t.Ir£S—o n -sa— t hat—It—c3Ji.-gg--thcaugd--.the—nocma-1—uinLer-cood i -fcion s 

that we experience_in Fojt Wa yne, Ind i ana . Ea ch t ruck will be equi pped with a p ositraction 

.type...r.ear..ax.e.l...a.5.ss.nQb.].y-S.o.-thaA-t.hey.j;dll...he-CLY-en„.ro.oj:.e....c.aR.ab.lje...Qf—golag_.tbr.Quglx_a.Ueys in 


deep—snow^——We-do-p-r-opo-s-e—to-adhear-4410%-t-o-the~-speo4-f.i-Gat-lon-s-asp8-&ia-l-l-y—i-n—t-he-areas of; 
ail materi al must be wit hi n five (5 ) feet of the curb or all ey a s designated by th e Contractor 


.sn.d..p.r.o.v.Ld.e_5f-ate...app.r.o.v.ed„s.an.!.ta.r.y„dj.sp.QsaI—ia..D.ur...san.i.ta.r.y._land.f.i.l.l..J.a.J±e—sautJhwest 

part of Allen County. . 


3. The work, if awarded to you, will have the personal supervision of whom?—Diaries—Walbrldgi 


*4. Do you intend to do the hauling on the proposed work with your own forces?_ Y——_ 

If so, give amount and type of equipment to be U£ed.__--....:I 7 . ...Le.f_use„_t_ru_ck_s_ wlt_h„JJ__c_ub.Lc_4'.ai:d_high 

compaction refuse beds. 


*5. If you intend to sublet the hauling or perform it through an agent, state amount of sub-contract or agent’s 
contract, and if known, the name and address of sub-contractor or agent, amount and type of his equipment and 
financial responsibility-HP----- 


Items 4, 5, 6 and 7 may not be applicable in all building contracts; if not, omit. 


0 

































































THE CITY OF FORT WAYNE 


CITY-COUNTY BUILDING • ONc MAIN STREET • FORT WAYNE. INDIANA 46802 

Equal Employment Opportunity/Affirmative Action Office 


Room 380 


Telephone (219)423-7593 


September 21, 1981 


Ur. Barry Pruitt 
SCA Services, Inc. 

P.O. Box 6130 

Fort Wayne, IN 46896 


Re: Amended Affirmative Action Conference on September 18, 1981 


Those Present: 


Ur. Robert Settlemire, President 
State of Indiana, SCA Services 


Barry Pruitt, District Manager 


Chuck Cogdell, Legal Counsel fort 
State of Indiana, SCA Services 
Levingston, Dildine, Haynie, Yoder 


Dear Mr. Pruitt: 

Pursuant to our conversation of September 18, 1981 at the 
Affirmative Action Conference in the Board of Works Hearing Room, 
it was stated that your firm will commit that your total work¬ 
force goal in the City of Fort Wayne, Indiana, will comprise of 
50% minorities prior to the effective date of the contract for 
Collection of Garbage and Refuse. The date given us, by you as 
a timetable is December 15, 1931. 

At that time I informed you the Personnel Department will 
be willing to assist your company in minority recruitment. Please 
do not hesitate to contact me. 

It was also stated there will be one employee transferred 
to your comapny. Fort Wayne, Indiana, from out of town. 

Please advise me of any changes in the above. 


Sincerely, 


cc: Mr. Robert Settlemire 
Mayor Win Moses 
Mark Angel 
Jim Huntine 



Connie Reed 
Linda Johnson. 
Bd. of Works 


Mayor's AA Council 
Chuck Cogdell 


AN EQUAl OPPORTUNITY EMPLOYER 




'Contingent upon the Awarding, of a Contract for Collection of Garbage and Refuse 

~ - - . .. ... -- 






ling of a Contract for Coll 
\ CITY OF FORT WAYNE for the City of Fort 

r AFFIRMATIVE ACTION PROGRAM Wayne, Indiana. 


Name Of Cnmpnn y SCA Services of Indiana, Inc. 


Address P0 Box 6130 • 5225 Old Maumee Rd. 
-Z,p ;‘ 46896 _ 46803 


. City 


Fort Wayne, Indiana 


. Phone 74 9-9.6-8.9. 


Identify by title and name the highest official within the facility who has the overall 
responsibility for the implementation of the Equal Employment Opportunity and Affirmative, 
f '‘Action.Program. 

v Robert E. Settlemire— - - — President - —— - 


PLEASE PRINT 

Dat9 September 10, 1981 


Signature _ 


Title 

A t yd-cxzTcc-'. 


sions are obligated to 

adhere to 

I. Does your firm have a written Affirmative \ Action Program? Yes _x_No . . 

The Corporate Headquarters has an EEO Policy and Program oy wmch ail subdivi-/ 


A. If so, and it contains answers to the questions asked in this program , attach a copy 
and sign the Written Statement of Company Policy. 


B. If not , do you accept the following program in meeting the requirements of the City 
of Fort Wayne ? x Yes _No 


PLEASE KEEP IN MIND THAT FAILURE TO COMPLETE ALL SECTIONS OF THIS 
DOCUMENT WILL RESULT IN YOUR PROGRAM BEING REJECTED. 


2. Will your firm make every effort to increase employment of minorities at all levels of its 
workforce with particular emphasis to categories where few, if any, minority people are 
employed p x Yes _No 


3. Current number of employees 


Number of employees as of October 28 

and July 1981 ’24 1980 


.January 1981 12 April.1981 12 


.4. Workforce Analysis: 


JOB 

CLASSIFICATION 

WAGE RATE OR 
SALARY RANGE 

TOTAL 

w 

BLK 

H 

OTHER 

(DESIGNATE) 

M 

F 

M 

F 

M 

F 

M 

F 

Dist. mgr. 


1 

1 









Lead Drivers 

$6.60-7.20/hr. 

-• 6 

1 


4 


1 





Salesworker 

>225.-$240./wk 

1 

1 









Supervisor 

$7.17- 7.65/Hr 

2 

2 









Mechanic 

$6.75-8.19/hr. 

4 

2 


2 







Driver 

$6.60-7.20/hr. 

34 

13 


19 


2 





Welder 

$6.60 hr. 

1 

1 









Laborer 

$5.00/hr. 

1 

1 









Office Clerk 

$3.50-5.50/hr. 

2 


2 





















Handicapped: 


Yes_ 


No 


EMPLOYEES BY RACE/ETHNICITY/SEX 


List Number _ 


JL-Black (not of Hispanic Origin) H - Hispanic (ail persons of Mexican, Puerto Rican, Cuban, 
Central or South American, or other Spanish culture of origin) Ai, AN - American Indian or Alaskan 
. Native API - Asian or Pacific Islanders F - Females 


EEO/AA/MFG 8/1/81 


— Over - 






























































5: If total minority employment is less than 20% give reasons why. ( Do not include 

Females when you figure minority employment percentages.) Difference in pmpiovm pnt- 
.-- statistics from the period of October 1980 to July 1981 was caused b y the 
acquisition of another company and their employees. 


6. List minority recruitment sources: Equal Employment Opportunity Office and al l 
. P . th e r . ava i lable sources ..for the recruitme nt of minorities 




7. Does your company anticipate an increase in employment this year ? x Y es_No 

Approximately how many? 28 effective January r, 1982 

8. What specific goals can you achieve for the employment of minorities during 1981-82? 


A. Officials and Managers. 

B. Professionals_ 

C. 

D. 

E 

F. 

G. 


_ 0 _% 
0 o/ 0 

Technicians Supervisors & Lead Drivers 13.5 o /o 
Sales Workers_ 0 % 

°/o 


Office and Clerical. 
Skilled Craftsmen_ 
Other _ 


7.4 % 


74.le 


WRITTEN STATEMENT OF COMPANY POLICY 







It is the policy of SCA Services of Indiana, Inc. _ th at Equal 

Employment Opportunity be afforded to all qualified persons without regard to race, 
sex, religion, color or national origin. In support of this policy sca Services of 

' . Indiana > Inc -_will not discriminate against any employee or 

applicant for employment because of race, religion, sex or national origin. The_ 

District Manager _will take affirmative action to insure that applicants 

are employed and that employees are treated during employment without regard to their 
race, religion, color, sex or national origin. Such action will include but not be limited 
to: recruitment, advertising or solicitation for employment hiring, placement, upgrading, 
transfer or demotion, selection for training including apprenticeship rates of pay or 
, other forms of compensation, layoffs or termination. 



SCA Services of Indiana, Inc. 9-23-81 
Name of Company or Firm Date 



’ 

, EEO/AA/MFG, 8/1/81 



Signature of Highest Company Official 

Robert E, Settlemire, President _ 

Name and Title of Signer (Please type or Print) 

































Proposed 

Contingent upon the Awarding of a Contract for Collection of Garbage and Refuse for the City of 

STATISTICAL INFORMATION Fort Wayne ' Indiana - 

FOR 

SCA Services of Indiana, ^F'RMATIVE ACTION/CONTRACT COMPLIANCE 

Robert E. Settlemire 


Nome of Contractor or Supplier 


(Information Given By) 


PO Box 6130, 5225 Old Maumee Rd., Fort Wayne, Indiana 46803 
Address And Telephone Number 749“9689 


- Gail L. Powell _ 9/3/81 

(Person Fillin Out This Form And Dote) 


EEOC CATEGORY 

EMPLOYEES BY RACE/ETHNICITY/SEX 

HANDICAPPED EMPLOYEES 

TOTAL 

EMPLOYEES 

W 

BLK 

H 

Other 


W 

B 

LK 

H 

Other 


M 

F 

M 

F 

M 

F 

M 

F 

( Desianote) 

M 

F 

M 

F 

M 

F 

M 

F 

(Deslonate) 

I.0FFICAL8 ADMINISTRATORS 

1 


















1 

2. PROFESSIONALS 




















Supervisors & Lead 

Drivers 

3 


4 


1 














8 

4.0PERATIVES 

13 


19 


2 














34 

5. LABORER 

1 


















1 

6.0FFICE AND CLERICAL 


2 

















2 

7. SKILLED CRAFT WORKERS 

1 


















1 

8.SERVICE-MAINTENANCE WORKERS 

2 


2 
















4 

9. SALES WORKERS 

1 


















1 

TOTALS 

22 

2 

25 


3 














52 

PERCENTAGES 

42% 

3.6 

CO 1 


5.8 
















MFG.Not. 1-22-80 


12/15/81 

Commencement date / Upon Award of City Contract for Collection of 

Garbage and Refuse in Fort Wayne, Indiana. 









































REFERENCE CHECK ON GARGABE CONTRACTORS 


jf /cfEry 


cit y /)/<. i<u> O cytf/o 


PHONE NUMBER 


A atj, - 3 7S~£f3/ 


CONTACT PERSO N 6-JE/ 


<Suf 7 T' Oi= <-) 


Identify reason for calling 
#1- I understand _ ^ & A 


is currently under contract 


for residential garbage collection in your community: 

/* / - *3y/ds 

A. When was the contract let - SyjH. fcyy Hov; long does it run ? 


B. What is the number of household units served? 


;JA 


C"Y 


#2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract when let? //? j£f/r9AJS)£Y) 70 j£/-’£L/J06 r /?£-'- 

l&ir JfT£-srn> faur/J/lL. ST d/ry) /?c>sr J-JUC.I&C&S* 7>Ucr 72 <£(?# 

j)iyDS/q-U. &-r S3 <JT //JS r£Tr>& ^ FSL £. {'9° 

#3. How would you describe customer service: Satisfactory_ y/ _ 

Unsatisfactory_ 


4. Are the company employees: Unio n \/ lon-ra 


Have there been any work stopages and/or defaults on any aspect of the 

contract ? ~ ^jjxjronJ //L//T//?r £~£)- d,-<rY 

A-£rttQj06£T& CV L-l~tr<L TjO>0 casr rjQ.osytg£ft $YL- p£/D/}L7?f 

6 a a-u* tr Mo~T jejO ygy c /7y\ 

Extended comments:_____ 
























REFERENCE CHECK ON GARGABE CONTRACTORS 


CITY /T! ■ ^ __ 

PHONE NUMBE R 3f £ ~ A S~S~ — 7 / 7 ^ VgSJ -~«3 3 V& ^ 

CONTACT PERSON y *^Zz^ 


Identify reason for calling 
#1. I understand _Z22sc_ 


is currently under contract 


for residential garbage collection in your community: / 

t? ^2- _ How long does it run? ¥/?*$ 


A. When was the contract let 7^ 

B. What is the nlimber of household units served? c> 


-fV' 


#2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract when let? .# *---■ 




#3. How would you describe customer service: Satisfactory 


Unsatisfactory_ 


#4. Are the company employees: Union_ 


Non-union 


Have there been any work stopages and/or defaults on any aspect of the 
contract? — Sffid - 


Extended comments: (*? / 




0tJL ^ 































REFERENCE CHECK ON GARGABE CONTRACTORS 




PHONE NUMBER 


iS~X 3 — (5 J 


CONTACT PERSON 




[ST3 A.<A 


^ - dyaJ-, jjLj/hdu' 


Identify reason for calling 
#1. I understand _ z-uzr. 


is currently under contract 


for residential garbage collection in your community: 

A. When was the contract let ? Oc£j (9ja^A^ZZ/ How long does it run?_ 

B. What is the number of household units served? 


#2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract when let? • 


#3. How would you describe customer service: Satisfactory’ 

Unsatisfactor y _ 

#4. Are the company employees: Union__ - Non-union 

Have there been any work stopages and/or defaults on any aspect of the 
contract?_ 


Extended comments 
































REFERENCE CHECK ON GARGABE CONTRACTORS 






PHONE NUMBER 


JfrL 


- 


S & & c> 


CONTACT PERSON 


_/Si 


Identify reason for calling 
#1. I understand _ 


is currently under contract 


for residential garbage collection in your community: 

A. When was the contract let? _ How long does it run? ( ^ _ 


B. What is the number of household units served? 


#2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract when let? 3U 

!&.}$>. M- CcZl/ \CAU^ 


-f 1 




l 


#3. How would you describe customer service: Satisfactory_ 




Unsatisfactory_ 


#4. Are the company employees: Union_ 


Have there been any work stopages and/or defaults on any aspect of the 
contract? 




:xtended comments: jJL~^ 
' ' ' * 





























reference check on gargabe contractors 




PHONE NUMBER 


3/7- v r? - 

vrj ~^f e d / A 


25 ^ 


/* 

CONTACT PERSON_ 3/7 -u ra -ya.? 3 

Identify reason for calling 

#1. I understand _ r4b/tJcZ/Z *£xJLZL is currently under contrad 

for residential garbage collection in your community: 

A. When was the contract let? 


How long does it run? 


B. What is the number of household 'units served? 


#2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract when let? 


#3. How would you describe customer service: Satisfactory 

Unsatisfactor y _ 

#4. Are the company employees: Union_ Non-union 

Have there been any work stopages and/or defaults on any aspect of the 
contract?_ 

Extended comments:_ 




























REFERENCE CHECK ON GARGABE CONTRACTORS 




PHONE NUMBER 


7/7 - < 29 / 


CONTACT PERSON 




Identify reason for calling 
#1. I understand _ 


is currently under contract 


for residential garbage collection in your community: 


A. When was the contract let? 




_ How long does it run?_ 

B. What is the number of household units served ? o * o 

#2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract when let? — _ 


#3. How would you describe customer service 


: Satisfactory 7 


Unsatisfactory 


#4. Are the company employees: Union 
Have there been 
contract? 


>n-unio n 


any work stopages and/or defaults on any aspect of the 

2 ^=. 


Extended 


led comments: 


























REFERENCE CHECK ON GARGABE CONTRACTORS 


/ / 


PHONE NUMBER 


V/ £ - - 32 ^ -cS"V^ ^ 


CONTACT PERSON_ 




<LA£t f=/(Lx 

Identify reason for calling 


£/UJc / ~7E)i ri 


Jjfrf l-> rjtr J> 


#1. I understand 


cTC/f 


is currently under contract 


for residential garbage collection in your community: 

A. When was the contract let? d ,<*^ r How long does it run? 3^r . 

B. What is the number of household units served? *■ 

—f— 

n2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract when let? ' — ___ 


#3. How would you describe customer service: Satisfactory^ Jf' O&r&f 


Unsatisfactory_ 


#4. Are the company employees: Union_ 


X 


Non-union 


Have there been any work stopages and/or defaults on any aspect of the 
contract?_ _ 


Extended comments 








^ Or jaA0^ XX 1- , 

4**. '0<n~~ ^'■ renJL “Y* 

























REFERENCE CHECK ON GARGABE CONTRACTORS 




r#jo r LSm/g 




PHONE NUMBER 


<37 3 - c4? 7Z 


CONTACT PERSON_ So 3 /Y)&sc Ht=. X- 


C&/Q. 


Mtji 


d/iuL. 

Identify reason for calling 

#1. I understand _ S<L4- 


'7 


is currently under contract 


for residential garbage collection in your community: __ 

- 7 y fr& 

A. When was the contract let?_ _ How long does it run ? Q/fyco 


B. What is the number of household units served? O 


ifc run? . 4 - ^ 60 

any other tha 
when let? r yL, y 


#2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract \ 


#3. How would you describe customer service: Satisfactory_ ✓ X 


Unsatisfactory_ 




#4. Are the company employees: Union 


5 ^ 


Non-union 


Have there been any work stopages and/or defaults on any aspect of the 
contract?_ '} // J __ 

Extended comments: 

’ io JS 


CO Strt Cc~yJ^JL . £<) 
























REFERENCE CHECK ON GARGABE CONTRACTORS 


city_ /Jin s sceGrajp 


PHONE NUMBER 


~ ?■=*-* - /-3 j~/ 


CONTACT PERSO N /£*T :/ 3 r^>*jjs*7s^zr - 


& fj/ L. 


Identify reason for calling 

#1. I understand _ ^& & 


is currently under contract 


for residential garbage collection in your community: 

A. When was the contract let ? /^/W /^/? _ How long does it run? S<-yu^ 

B. What is the number of household units served? - / </oaa 

#2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract when let? 


#3. How would you describe customer service: Satisfactory_ 


Unsatisfactory_ 


#4. Are the company employees: Union_ 


Have there been any work stopages and/or defaults on any aspect of the 


contract? 


Extended comments: ~^£ucJ _ ; 


~tr L 

O C^UL- 




r 























REFERENCE CHECK ON GARGABE CONTRACTORS 


city c/ry 


PHONE NUMBER ^/OS- /-6 J-<ZC 


CONTACT PERSON 


/M/P. C~J)rSL ) /!/?/* df=/z/c/ r s/=c§&x.;;t79T/cjc) 

rfr- J? -3o OJ£T0Z> 

Identify reason for calling 

#1. I understand __ is currently under contract 

for residential garbage collection in your community: 

A. When was the contract let? - How long does it run? 


B. What is the number of household units served? o?JT Q4~d 

#2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract when let? _ 


#3. How would you describe customer service: Satisfactory 


Unsatisfactory_ 


#4. Are the company employees: Union 


/ — 1 Non-unio 




Have there been any work stopages and/or defaults on any aspect of the 
contract ?_ O — _ 


Extended comments: 






= 4 - 



























REFERENCE CHECK ON GARGABE CONTRACTORS 


PHONE NUMBER 


ff? - sT?/ 


CONTACT PERSON 




Identify reason for calling 
#1. I understand 


is currently under contract 


for residential garbage collection in your community: 

A. When was the contract let? v S’f' 3 long does it run? 

B. What is the number of household units served?_jP_ 


#2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract when let? — 1 


asp*, 


#4. Are the company employees 


cUJzJ. 

stome 

: Unio n tZ 




#3. How'would you describe customer service: Satisfactor y es'' 


Unsatisfactory_ 


Non-union 


Have there been any work stopages and/or defaults on any aspect of the 


contract? 


IjcrTl.. 


Extended comments: 

— t YZ&SC* stl ay**-* - __ 

***JL<*l. . 


fifes 




























REFERENCE CHECK ON GARGABE CONTRACTORS 




A&V* 




PHONE NUMBER_ 

CONTACT PERSON_ 

Identify reason for calling 
#1. I understand 

for residential garbage collection in your community: 

A. When was the contract let?_ does it run?_ 

B. What is the number of household units served? 


is currently under contract 


#2. Has there been any cost adjustment factors initiated by the company other than 
those specified by the contract when let? ~ _ 


#3. How would you describe customer service: Satisfactory 


Uns atis factory 

#4. Are the company employees: Union_ Non-union 


Have there been any work stopages and/or defaults on any aspect of the 
contract ?___ 



X3tc, 

























